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Sheet  1  of  3 
DISTRICT:  Missoula  1130 
DISTRICT  DESIGN  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:  February  27,  1985 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 
USED  THIS 
REPORT 
PERIOD 

% 

COMP 

EST 

COMP 

DATE 

630 

Kalispell  Strip 
F  1-2(24)121 

PMS 

1.2  Miles 

Final 
PIH 

- 

45 

July  9 
1985 

830 

Hall  East 
RS  512-1(1)0 

PMS 

1 . 9  Miles 

Final 
PIH 

- 

40 

Mar  4 
1986 

804 

Hall  West 
RS  513-1(1)0 

PMS 

2.5  Miles 

Final 
PIH 

- 

40 

Mar  4 
1986 

268 

Mullan  Road 
RS  263-1(4)1 

G,GS,PMS  &  Structure 
4.2  Miles 

Final 
PIH 

63 

47 

June 
1985 

603 

Libby  Southeast 
F  1-1(19)38 

PMS 

6.5  Miles 

Final 
PIH 

- 

- 

Mar  29 
1986 

845 

St.  Regis  Northeast 
F  35-1(5)0 

PMS  &  Widening 
3.4  Miles 

Final 
PIH 

- 

1 

Oct  27 
1987 

815 

Kila  East  &  West 
F  1-2(23)99 

PMS  &  Widening 
12.3  Miles 

Prelim 
PIH 

- 

1 

Aug  16 
1985 

788 

Marion  West 
F-HES  1-2(22)90 

PMS  &  Widening 
10.0  Miles 

Prelim 
PIH 

- 

1 

Aug  1 
1985 

024 

Flathead  Co.  Line-South 
F  5-2(3)86 

G,  GS,  PMS 
7.2  Miles 

Plans  to 
Checker 

246 

78 

Nov  20 
1986 

243 

Dixon  -  North 
RS  212-1(1)0 

G,  GS,  PMS 
3.2  Miles 

Prelim 
PIH 

15 

Feb  7 
1986 

772 

BRF  6- 

West  of  Dixon  (Revais  Cr.) 
1(28)105 

Structure  &  App. 
0.5  Miles 

Final 
PIH 

-0- 

Nov  13 
1987 

DISTRIBUTION:     CONSTRUCTION  BUREAU  -  Original 
DISTRICT  OFFICE  -  Yellow  Copy 

ORIGINATING  OFFICE  -  Yellow  Copy  bls/40K/STND40 

/ 


Sheet  2  of  3 
DISTRICT:  Missoula  1130 
DISTRICT  DESIGN  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:  February  27,  1985 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 
USED  THIS 
REPORT 
PERIOD 

% 

COMP 

EST 

COMP 

DATE 

649 

Meadow  Creek  -  South 
S  508-1(2)12 

G,GS,PMS,&  Structure 
5.5  Miles 

Prelim 
PIH 

- 

5 

Jan  1 
1987 

837 

2  Miles  S.  of  Poison 
F  5-2(31)57 

Lt.  Turn  Bays 
0.5  Miles 

Final 
PIH 

- 

12 

June  1 
1985 

632 

Post  Creek  -  Ronan 
F-HES  5-2(25)38 

PMS 

8.4  Miles 

Final 
PIH 

- 

10 

Jan  6 
1986 

602 

Big  Fork  South  &  West 
FR  52-1(3)18 

PMS 

16.9  Miles 

Prelim 
PIH 

23 

1 

Aug  14 
1985 

567 

Elk  Hill-Lion  Springs 
F  1-1(12)65 

G,  GS,  PMS 
3.3  Miles 

Final 
PIH 

- 

48 

Nov  13 
1985 

COT 

521 

TT             ff  1    «  -lit 

Hamilton  -  Corvallis 
RS  269-1(5)0 

PMS  &  Widening 
6.1  Miles 

Planning 
Report 

- 

- 

Aug  21 
1986 

Blue  Bay  North  &  South 
F  52-1(5)3 

PMS 

18.0  Miles 

Final 
PIH 

1 

Perma  Canyon  Roadway 
RS  382-1(1)1 

F,  GS,  PMS 
2.8  Miles 

Final 
PIH 

- 

45 

Alt 

Seeley  Lake— Inez  Lake 
FR  83-1(3)15 

PMS  &  widening 
8.3  Miles 

Final 
PIH 

3 

Oct  30 
1985 

522 

Fisher  River  Bridge 
BRF  1-1(15)57 

Structure  &  Apps. 
0.6  Miles 

Final 
PIH 

49 

Sept  3 
1985 

816 

Big  Fork  -  East 
F  83-1(3)74 

PMS  &  Widening 
8.7  Miles 

Final 
PIH 

2 

May  6 
1986 

DISTRIBUTION:     CONSTRUCTION  BUREAU  -  Original 
DISTRICT  OFFICE  -  Yellow  Copy 

ORIGINATING  OFFICE  -  Yellow  Copy  bls/40K/STND40 

2. 


■ 


Sheet  3  of  3 


DISTRICT:  Missoula  1130 
DISTRICT  DESIGN  PROGRESS  REPORT 


FOR  THE 

PERIOD  ENDING:  February 

27,  1985 

PROJECT  NUMBER  &  NAME 

DESCRIPTION 

M-HRS 
NEXT        USED  THIS 
MILE-  REPORT 
STONE  PERIOD 

X 

COMP 

EST 

COMP 

DATE 

634 

Clearwater  Jet  -  East 
FR  24-1(16)32 

PMS  &  Widening 
11.8  Miles 

Prelim 
PIH 

48*5 

14 

Oct  22 
1985 

770 

Ovando  -  East 

RTF  -  HES  24-2(16)43 

PMS  &  Widening 
12.3 

Planning 
Report 

5 

June  21 
1985 

604 

Eureka  -  South 
F  5-4(2)174  U-1 

G,GS,PMS&  Structure 
12.6  Miles 

Final 
PIH 

11 

Nov  14 
1989 

Ravalli  Weigh  Station 
F  5-2(30)27 

Scale,  Scale  House 
&  Approaches 

Planning 
Report 

92 

4 

Happy's  Inn 
F  1-1(26)69 

PMS 

11.3  Miles 

Planning 
Report 

DISTRIBUTION:     CONSTRUCTION  BUREAU  -  Original 
DISTRICT  OFFICE  -  Yellow  Copy 
ORIGINATING  OFFICE  -  Yellow  Copy 


bls/40K/STND40 


CMS-14 


DISTRICT:  rf, 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  2-27-^5 


PROJECT  NO.:  J-J&  ?*-/^/)z7j  4  7 
PRO  J.  NAME:     sr.  r  t-LVtsr 

LENGTH :  6,  8  Alt t.  e s.  

COUNTY :  M,„ea«l_  

CONTRACT  TIME:  yya/er,^  Pav^s 

ORDER  TO  PROCEED  DATE:  y-/6.flv 

%  COMPLETE:  7  C  

%  TIME  USED: 


CONTRACT  AMOUNT:     $    7  Vic^  BGa.  a* 
CONTRACTOR:      ^f)/^7M    Cor,  sr. 
FROM  (town): 
AWARD  DATE: 


Ms 


ATT 


DATE  WORK  STARTED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     J>»i€J  L.  Cv/g  TELEPHONE: 

ADDRESS: 


6V9-  2  <^CQ 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL: 


<7  8  7.,  >    Oi/.Amt*.  f?„*<J^^  -  %,    /"C,e<r.  -^8^.  f/«*CTS  =  &%f 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:  /r//3S6& 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     y/pA  /f%$^ 

PROJECT  NO.:  #0- /fe/)27U'/0  CONTRACT  AMOUNT:     $  P-  6>         0 & 

PROJ.  NAME :    ^gfc  //-fc/tef)  CONTRACTOR:    /^^/U/-  ~Z7?c/ 

LENGTH :  £^2~  FROM  (town):         ^UgdJ^aL^  tfJ*- . 

COUNTY:  AWARD  DATE:  7~ 

CONTRACT  TIME:  //^  DATE  WORK  STARTED:  /t^- ^ 

ORDER  TO  PROCEED  DATE:  PROBABLE  COMPLETION  DATE:  gcf'f- 

%  COMPLETE:   ^   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:  NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER :  -Cf  /  1/  *Cf  TELEPHONE:  3- 

NO.  OF  ENG.  PERSONNEL  EMPLOYEI 


TELEPHONE :         <<£V^—  3- 
W: __       ADDRESS:  J^/l  f<Z£?/S 


GENERAL :   /5   jzA/T/s/mjU  S{  jQ. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  ^IfO 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  $S 


PROJECT  NO.:     JT/f  ?&-j(7z)   9S  CONTRACT  AMOUNT:     $      9?Q  963 „  OO 

PROJ.  NAME:    Ms  to  u  A    <fhrf  *A/<rrY~  CONTRACTOR:  C*~jr/~  C„ 

LENGTH :  ^~   FROM  (town):       7%,^  y^y^y  .  Y~^>/<? 

COUNTY:  /^//SSOe//?  AWARD  DATE:   

CONTRACT  TIME:    DATE  WORK  STARTED:  -  £Y 

ORDER  TO  PROCEED  DATE:        JOZY'S*/  PROBABLE  COMPLETION  DATE:       gf  -  jo-fi^ 

%  COMPLETE:   /7   NO.  DAYS  WORKED  PER  WEEK:  O 

%  TIME  USED:    *8  NO.  SHIFTS  PER  DAY:  0 


NO.  MEN  EMPLOYED:   O   NO.  HOURS  PER  SHIFT: 

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:   ///'/f//?^?  C},  /^/-/TELEPHONE :        S^?-  <$V?/  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  D&^a7^<~^7^  J?  r 


GENERAL:   A/o  /as        A^^Ujls,-  /SB'S 

IS 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


& 


DISTRICT: 


Missoula  (1130) 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  2-31-85 


PROJECT  NO.:      IR  90-3(61)142   CONTRACT  AMOUNT:     $  1  ,777,337.75 

PROJ.  NAME:     Bearmouth  East  and  West  CONTRACTOR:      Jim  Gil  man  Exc.  Inc. 

LENGTH:  7-6  Miles   FROM  (town):     Butte  Montana  

COUNTY:  Granite   AWARD  DATE:      Aug.  29,  1984  

CONTRACT  TIME:            60WD  DATE  WORK  STARTED:  1-16-85 


ORDER  TO  PROCEED  DATE:      Sept.  24,  1984  PROBABLE  COMPLETION  DATE:    July  15,  1935 

%  COMPLETE:  0   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:  0   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:         6  NO.  HOURS  PER  SHIFT:   


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Allan  J.  Dutton  TELEPHONE:  363-4420 

0        Anrarcssr  P.O.  Box  328 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:      u  ADDRESS 


Hamilton,  Mt.  59840 


GENERAL :       Jim  Gilman  Excavating  are  in  process  of  crushing  material. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS-14 


DISTRICT:  y^/330^./^- 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  J,  JZ$. 


PROJECT  NO.  : 

PRO  J.  NAME:  £j[6£±6±  6t-  -~7T  //j 
LENGTH:  — — '/ 


COUNTY: 


CONTRACT  AMOUNT:     $  /&3&    9/6.0 J 
CONTRACTOR:     fop , A         , ■> 
FROM  (town):  -3 
AWARD  DATE :  -2  "  Z  "£3" 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  yS.  (t/?f^/  £_  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL 


42* 


ADDRESS : 


&3L 


/?Ac  //?3 


ten 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT: 


11 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       February  28,  1935 


PROJECT  NO. 
PRO J.  NAME : 

LENGTH:   

COUNTY: 


HES  7-1  (30)66 
Near  Stevensville 

o.oo  

Ravalli 


CONTRACT  TIME:      20  Working  Days 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:  $  11,135.60 
CONTRACTOR:      Christy  Cont.  Co. 


FROM  (town):  Hamilton.  Mont. 
AWARD  DATE:  12-5-84   


DATE  WORK  STARTED: 

PROBABLE  COMPLETION  DATE:    May  15,  1985 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  _ 
EFFECTIVE  OPENING  DATE:   

TELEPHONE :  363-4420 
0         ADDRESS : 


Allan  J.  Dutton 


PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.O.  Box  328   Hamilton,  Mont.  59840 


GENERAL :    No  Pre-  Con  on  this  Project  yet. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:       // &  S 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        2,-  27-&  j£~ 


PROJECT  NO.:  7 '2  ( ?)  9x  CONTRACT  AMOUNT:     $  /  <££jS£jL 

PROJ.  NAME :  Wdwinf  fti^rfy  ELM  ^/-CONTRACTOR:  A^sL/jJh 

LENGTH :  L£jj2L  FROM  (town):      M,A<ia^,/a  ' 

COUNTY:    AWARD  DATE:   

CONTRACT  TIME:  ttlrA  S  DATE  WORK  STARTED:    

ORDER  TO  PROCEED  DATE:    PROBABLE  COMPLETION  DATE:  -  8&~ 

%  COMPLETE:   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:   £   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:  ;    NO.  HOURS  PER  SHIFT:  -  

ACTUAL  COMPLETION  DATE:   


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  

PROJECT  MANAGER:        f/)r/fts      S  TELEPHONE:  jg^gg^j/g/ 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:   /-  g      ADDRESS:       P  *  70  A c? 

GENERAL:      7^/-  <?    /fs  g  h^r-rr        /  it  3 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:     Si /s<*xs<>.  a, 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       2-  ? ^  -<£?J5~~ 


PROJECT  NO 
PRO J.  NAME 
LENGTH: 
COUNTY: 


CONTRACT  AMOUNT 
CONTRACTOR: 
FROM  (town): 
AWARD  DATE: 


2r  6-<9* 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   &  J?  ** 

%  TIME  USED: 


70  %> 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


O  -5" 
/ 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:  — 

PROJECT  MANAGER:     z/»_S^»^  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:      /  ADDRESS: 


GENERAL:   J><s&~   Ca>sisr*^Ar7-0S<Z  /ZAf^C  s>*s  j£ 

/I  &  ^y^cT  7V*  SO**.  /s>S&  OA/  4  £>^S*  OsS 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DI  STRICT : 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        ?  -  ■?  .5" 


PROJECT  NO.  :  ^  gy-p/,)^  

PRO  J.  NAME :  J„  ^^^^ 

LENGTH :   £gUd^t  

COUNTY :   


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE:    /<?-2 2  -/?<£_ 
%  COMPLETE:  S 
%  TIME  USED: 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT: 
CONTRACTOR:             T^ry/Q*  C*~*r.  C<? 
FROM  (town):  (^*?jrsr~ 
AWARD  DATE:  /<P~^   


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:    

PROJECT  MANAGER:    z/^^^   J?.  £4340  TELEPHONE 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS-14 


DISTRICT:  /fliS^oo/LA 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH : 
COUNTY: 


/Y]s.  /f,        -  5<>p  rH 


CONTRACT  AMOUNT:     $      SoS.  .  J  3 

CONTRACTOR:    6jL£a)«  ££4M&j  £mA&IA>6    'AJ  £ 
FROM  (town) 
AWARD  DATE: 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   


O 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


Jujt.y  JS/9ZS 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    J/w1&*>    t, ,  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    J>_       ADDRESS:  £^ 


GENERAL:   Z>/^    PjZ*  d ne.cJQ.  Q. *aJ  doA/f/^^C  f  CPA*  A&jUI 

 dhuUL  AaJ.  ~r*f  Jeer-.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914  /j, 


CMS- 14 


DISTRICT:  ^/tf/SS0SL./dU 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO. 
PROJ.  NAME: 
LENGTH:  _ 
COUNTY: 


CONTRACT  AMOUNT:     $  72  /  7/2-  Q  Q, 
CONTRACTOR:    /t/jz/e  7* 
FROM  (town): 
AWARD  DATE: 


/ 


CONTRACT  TIME: 


75"  /X/D 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


3 


DATE  WORK  STARTED:     /yJ>^A  rtj  jS 
PROBABLE  COMPLETION  DATE:    /?*f f  dJUfS' 
NO.  DAYS  WORKED  PER  WEEK:  ^ 

NO.  SHIFTS  PER  DAY:   / 

NO.  HOURS  PER  SHIFT:   g 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    ^  k   TELEPHONE:   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     _J_  ADDRESS:   


GENERAL:  ^SfJ AtS?/*-*-^^^  -    X^? /s <=> V?  /{e-<*.<%U '/0?X X 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:  rff/  35  0^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  2-2  /f £5* 


PROJECT  NO.:  fe)  CONTRACT  AMOUNT:     $        y  3-  *6  g 

PRO  J.  NAME:      /rfjzL*<~~t  /)yt  'rf?/5$6uk  CONTRACTOR:      J^syf  (3<???5 

FROM  (town):  fo/ZS^uJ*- 


LENGTH 
COUNTY 


Stlt  AWARD  DATE:  ^'JZ^-ZJ 

CONTRACT  TIME:  //J J)   DATE  WORK  STARTED:         4/  ' 

ORDER  TO  PROCEED  DATE:     //#^3-y-&3  PROBABLE  COMPLETION  DATE:   

%  COMPLETE:   /J  Q   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:   £  %   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:  NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:  ~ZJ.  tfj  t // }S-rr>  3              TELEPHONE:  <ry  <f_^J_ 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:   £2jL1S£M,  i4 


GENERAL:  /    //7$^^^v    Jfr///  ?4 ^     /7^A  J ^ 


jest?/  sJ/^-^d  7%/'<- 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  Missoula 


CONSTRUCTION  PROGRESS  REPORT 


PROJECT  NO . : 
PRO J.  NAME: 
LENGTH:  7.4 
COUNTY: 


FOR  THE  PERIOD  ENDING: 
RTF  1-2(25)123 
RTF  1-1(20)30 
RTF  5-3(19)113  

See  Below  

2.0  8.0 


Lincoln  -  Flathead  

CONTRACT  TIME:      Thru  Sept.  1.  1984 

ORDER  TO  PROCEED  DATE:   

%  COMPLETE:   50%  

%  TIME  USED:   

NO.  MEN  EMPLOYED:  0 


February  26,  1985 

CONTRACT  AMOUNT:     $  583,053.00 
CONTRACTOR:     Glenn  Rehbein  Excavating.  Inc, 
FROM  (town) :     Lino  Lakes,  Minnesota 

AWARD  DATE:      April  30.  1984  

DATE  WORK  STARTED:       August  7,  1984 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


May  1985 
0 


NO. 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:  N/A  

PROJECT  MANAGER:      K.  Chrisinger  TELEPHONE: 

0  ADDRESS: 


755-5717 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.O.  Box  400 


Kalispell.  Mt.  59901 


GENERAL :   No  work  on  the  project  since  last  fall.  The  project  is  on 

 winter  shutdown  until  next  spring  due  to  weather  limitations. 

 Remaining  work  is  the  application  of  seal  &  cover  on  the  Libby 

 protion  of  the  project.  


*LaSalle  Road  north  of  Kalispell 
Libby  North  &  South 
Kalispell  NoiLh  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:  /H/ JJQUl/^ 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:  .  /PS 


PROJECT  NO 


■  v--4zr-/r<zjc  

PROJ.  BAMB^/gfes£  ~  cd.  <£AA£6&S~ 
LENGTH :  /t).  <  ^gj^gS 

COUNTY :  T/Y^O  

CONTRACT  TIME:  ~ 


-7 

CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town):  _ 
AWARD  DATE: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  ~- 

TELEPHONE : 

ADDRESS :     g&   tfoyC  ^00 


PROJECT  MANAGER:  ^ 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ^> 


/Stile  StftofJUL  /*?Orv/^ 


GENERAL :      7/7^   ,  Yc/sC 


77& 


/^O^/ZL^'SS    /6<?<s  77/, \s  &SbsZL£M£MJ3L 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS-H 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


7 


CONTRACT  AMOUNT:     $  ^3,  3  3  ~7<  5"^ 
CONTRACTOR:     //*  fp  //^o  dfKjF&s 
FROM  (town) : 
AWARD  DATE: 


CONTRACT  TIME:  &  60£ 

ORDER  TO  PROCEED  DATE:      ^'-p-  Z  ^ 

%  COMPLETE:  /#  0  

%  TIME  USED: 


DATE  WORK  STARTED :  -^jf  / If  £  /JZY 
PROBABLE  COMPLETION  DATE: 


2?  -9 


NO.  MEN  EMPLOYED: 


NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


ACTUAL  COMPLETION  DATE:         V  V - 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  /3-'/7~  t¥_ 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:   29"T~7Zs7?/t'/      £  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  Missoula 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       February  26 r  1985 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


F  5-3(16)126 


Whitefish  West  &  South 


6.3  Miles 


Flathead 


CONTRACT  TIME: 


60  Working  Days 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   Q_ 

%  TIME  USED:   0 


4/16/85 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  830.944.11 
CONTRACTOR:       Peak  Paving  Co..  Inc. 
FROM  (town) :       Sandpoint,  Idaho 
AWARD  DATE:         October  31,  1984  


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


July  1985 
0 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  N/A  

PROJECT  MANAGER:     K.  Chrislnger  TELEPHONE:   755-5717 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     0  ADDRESS:   P.O.  Box  400 


Kalispell,  Mt.  59901 


GENERAL :  No  date  has  been  set  for  a  preconstruction  conference  as  yet. 
 No  estimate  as  to  when  work  will  begin.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Missoula 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  2/26/8S 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH :       16.8  miles 
COUNTY:  Sanders 


F  HES6»1(26)29 


Thompson  Falls  N/W 


$  1 ,707,q&y  ?n 


CONTRACT  AMOUNT: 
CONTRACTOR:      Rlenn  Behhein  Tne. 
FROM  (town):      Lino  I.«k»«,  Minn. 
AWARD  DATE:       j/fcg*  6/6/84  


CONTRACT  TIME: 


90  working  days 


DATE  WORK  STARTED:  7/6/84 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  92 
%  TIME  USED:  48.9 


7/2/84 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


S/ZS/RS 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     flary  Marin  

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


2-3 


TELEPHONE :  755-5717  

ADDRESS :      5th  Ave f  MB  &  Monf.n, 


P.O.  Box  400 


Kalispell,  Montana  59901 

GENERAL :         The  project  la  shutdown  for  the  winter.  Work  on  the  final  Is 
being  done  as  time  permits.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  /^/SSOu/.^ 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:  /^g.  Z  6^  /  ?£'x 

PROJECT  NO.:  3&~  f  {  3^)^  CONTRACT  AMOUNT:  3&8 

PROJ.  NAME :  S  -       f*J  CONTRACTOR:  ^S/frTg.  CTqa/S^ 

LENGTH :  f< 3   /*?/{*Zs.   FROM  (town)  :  t3£lt£y<ZQ?^  u)rfS/f. 

COUNTY:  ^2^>7^rf&  AWARD  DATE:         ^  -         '  d3  

CONTRACT  TIME:        /^O   cd .  DATE  WORK  STARTED:  8^  

ORDER  TO  PROCEED  DATE :  /Q  -  */-  &3  PROBABLE  COMPLETION  DATE:JI^/^  /9fi<S 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:  Q 

%  TIME  USED:   ?3   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:   Q   NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER; £l£%g&&£j£&             TELEPHONE:  3?87 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  / ' /Z.      ADDRESS:     /<?(/■  <3 'ppC  f^CO  

GENERAL :  s^CiT^C  /    /S     iSXtsfZa ll/aS   X^d  A?   

/of  776?  -  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Missoula 


CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:  2/26/85  

RS-548-l(5)4 

PROJECT  NO.:     HES-548-1  (4)5   CONTRACT  AMOUNT:     $  1.249.387.36 

PRO  J-  NAME:     N.  Reserve  f.  WM  tmf  Uh  CONTRACTOR:     A„rtcan  Aephfllt)  Inc. 

LENGTH:     1.7  miles   FROM  (town):     Mia  soul  a  

COUNTY:     Flathead   AWARD  DATE:  g/2fi/RA  


CONTRACT  TIME:     80  working  dnva  DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  10/22/84 

PROBABLE  COMPLETION  DATE: 

6/15/85 

%  COMPLETE:  o 

NO.  DAYS  WORKED  PER  WEEK: 

0 

%  TIME  USED:  0 

NO.  SHIFTS  PER  DAY:  0 

NO.  MEN  EMPLOYED:  o 

NO.  HOURS  PER  SHIFT:  n 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:     Gary  Marin 

TELEPHONE:  7SS-S717 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:    5th  Ave.  NE  &  Montana 

P.O.  Box  400  


GENERAL :       No  work  has  been  done  by  the  contractor  or  by  state  engineering 
personal.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  St/***,*,*.* 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       T  -  Z  S~  ¥ 


PROJECT  NO.:      f fl        3  (&j  DATE  SURVEY  AUTHORIZED: 


PROJ.  NAME:  y-  J^^£  >,  DATE  WORK  STARTED: 

LENGTH:  f  ,<?  M/z..^  <   ESTIMATED  COMPLETION  DATE:     ^ S^T 

DATE  SUBMITTED  TO  DISTRICT:  ^/a 

PROJECT  MANAGER:    i/a+q^  A '.  £,AA0     TELEPHONE:  £j&IL£j£<¥_  

NO.  PERSONNEL  ASSIGNED:  Q<  %  COMPLETE:  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT: 


11 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       February  28,  1985 


PROJECT  NO. :      RS  269-1  (5)  0 


PROJ.  NAME:  Hami 1 ton-Corval lis 
LENGTH:  9.6  Miles  


DATE  SURVEY  AUTHORIZED:  April  1  ,  1983 
DATE  WORK  STARTED:  2-4-85 


ESTIMATED  COMPLETION  DATE: 


NO.  PERSONNEL  ASSIGNED:  10 


%  COMPLETE: 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    Allan  J.  DtltGon  TELEPHONE:  353-4420 


15 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


23 


DISTRICT:  Sf/^zewsf 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       2  S's' 


PROJECT  NO.:     /^/g  z3  DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:  gggggSgg  *        DATE  WORK  STARTED: 

LENGTH:   ^.  /<   ^^>r ESTIMATED  COMPLETION  DATE:  ^~'/~<^<T 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:     z/4  <V^  ^-  6s**/?  TELEPHONE: 
NO.  PERSONNEL  ASSIGNED:      £~  -  /  /  %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  11 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      February  M  28,  1935 

PROJECT  NO.:     F  7-1  (9)  22  DATE  SURVEY  AUTHORIZED:  9-27-77 


PROJ.  NAME:       Darby-South   DATE  WORK  STARTED:   1-8-80 

LENGTH:  6.5  Miles  ESTIMATED  COMPLETION  DATE: 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:    Allan  J.  Dutton  TELEPHONE:  363-4420 


NO.  PERSONNEL  ASSIGNED:      10   %  COMPLETE:  §8 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  Missoula 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     February  26,  1985 


PROJECT  NO.:       S  508-1(2)12 
PRO  J.  NAME:       Yaak  River  Road 
LENGTH:  3±  Miles  


DATE  SURVEY  AUTHORIZED:  1/3/84 
DATE  WORK  STARTED:  11/14/84 


ESTIMATED  COMPLETION  DATE: 


Unknown 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:       K.  Chrisinger  TELEPHONE: 
NO.  PERSONNEL  ASSIGNED:  0  %  COMPLETE: 


755-5717 


40 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IE 


DISTRICT:  Missoula 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       February  26,  1985 

PROJECT  NO.:        BR  9015  (8)   DATE  SURVEY  AUTHORIZED:  5/30/84 

PROJ.  NAME:       Good  Bridge   DATE  WORK  STARTED:  1/11/85  

LENGTH:  2000  Feet   ESTIMATED  COMPLETION  DATE:  2/8/85 

DATE  SUBMITTED  TO  DISTRICT:     February  6,  1985 

PROJECT  MANAGER:      K.  Chrisinger  TELEPHONE:  755-5717  

NO.  PERSONNEL  ASSIGNED:  0   %  COMPLETE:   100%  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT: 


Missoul a 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  2-26-85 


PROJECT  NO.:      F  1-2(23)99  

PRO J.  NAME:  Kila  West  Overlay 
LENGTH:  12.5  miles.  


DATE  SURVEY  AUTHORIZED:  10-11-8** 
DATE  WORK  STARTED:  12-  k-8k 


ESTIMATED  COMPLETION  DATE:     3  -  15-85 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      J.  Kalberg   TELEPHONE:  755-5717 

NO.  PERSONNEL  ASSIGNED:  5  %  COMPLETE:  68 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  Missoula 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  2/26/85  

PROJECT  NO.:     p  52-K3U8   DATE  SURVEY  AUTHORIZED:  12/4/84 

PRO  J.  NAME:     Big  Fork  S/W   DATE  WORK  STARTED:  12/4/84  

LENGTH:       15.9  miles  ESTIMATED  COMPLETION  DATE:  2/15/85 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     Gary  Marin   TELEPHONE:  755-5717  

NO.  PERSONNEL  ASSIGNED:       3-6  %  COMPLETE:  90 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      February  26.  1985 

PROJECT  NO.:      BRF  1-1(23)45   DATE  SURVEY  AUTHORIZED: 


PROJ.  NAME:    Ltbby  Creek  -  Miller  Creek  DATE  WORK  STARTED:  1/7/85 


LENGTH:        2000  Ft.  Each   ESTIMATED  COMPLETION  DATE:      March  1985 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      K.  Chrislneer  TELEPHONE:  755-5717  


NO.  PERSONNEL  ASSIGNED:  4  %  COMPLETE:        757.  Miller  Creeft 


20%  Libby  Creek 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  Missoula 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  2-26-85  

PROJECT  NO.:       F  1-2(22)90   DATE  SURVEY  AUTHORIZED:       1Q-1  1-84 

PROJ.  NAME:        Marion  West  Overlay  DATE  WORK  STARTED:   1-7-84 

LENGTH:  10  miles   ESTIMATED  COMPLETION  DATE:  4-1-85 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      J.  Kalberg   TELEPHONE:  755-5717  

NO.  PERSONNEL  ASSIGNED:  0   %  COMPLETE:   ]J  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:  M/ssatst.* 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        fe6.    1  %  /fg  5 

PROJECT  NO.:      f?5  J#Z-/ f/J  /  DATE  SURVEY  AUTHORIZED:   

PROJ.  NAME:      p£t/?»irt    C*~y0*j  DATE  WORK  STARTED:        /  2 -5-3  V 

LENGTH:  1.  &   /n ; /?  s   ESTIMATED  COMPLETION  DATE:      3  -G>-S</ 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    gjtm££   Ll  c  y^  TELEPHONE:         kJLObz  1  0  

NO.  PERSONNEL  ASSIGNED:  /  %  COMPLETE:  J  f  

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

2  « 


DISTRICT:  Butte 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  zJz&l8£? 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

ii  EiA  1 

MILE- 
STONE 

M-HRS 
Tl^FTl 

THIS 

REPORT 

PERIOD 

% 

COMP 

Lj  1 

COMP 
DATE 

"Jack"sbn  "fi»  .""Rfi"  vJ"="Sf~~ 

l  iu    v/vci  la  y  u 

TTldening" 

3o 

o 

rl    \J  £.77  \  H  } 

Anaconda  Streets 

uverxay,  braaing  a 
Drainage 

PTH 

\5Z 

fccgiuu  Ave .  "  WhitHhatt" 

Drainage 

Rri-f 

a 

O 

T  29-1(10)43 

Twin- BrrageT"Nc5T    —    —  — 

PMS  Overlay  & 
Widening"  ~ 

o 

[OO 

F  85-1(2)0 
JaclfRaEFi  t"~ Lane 

PMS  Overlay,  Grading  & 
Widening 

\bo 

no.  o  H\yjyy 
Three  Forks  No. 

PMQ     fWroT-1  air  JC 

irno  v/veixay  ot 
Widening 

AO 

IS 

r  oy— i ^z,/ iu 
Boulder-Whitehall 

rns  uveriay  a 
Widening 

prH 

<3 

0 

% 7 

M_  1 8  0_5  ( 21          _ 

Holmes  Avenue  -  Butte 

£radjjigi_  Grayei_Suxf . 
PMS  Overlay 

PXit 

O 

0 

M  0295(4)  U2 

Anaconda  Streets 

Overlay,  Grading  & 
Drainage 

prii 

o 

O 

RS  283-1(1)0 
HarrTson^Pony 

PMS  Overlay  & 
Widening 

prrt 

o 

c 

I , 

IR  15-2(51)117 

Buxton  Int.  No.  &  East 

PMS  Overlay  & 
Guardrail 

HI 

IR  15-1 £72) 17 
Lima-Red  Rock 

PMS  Overlay  & 
Guardrail 

Prr/ 

So 

mrn  5=3  (52h  26 

Butte  Fence 

Fence  ReTab. 

PrH 

3 

IR  90-5(47)240 
Whitehall  West 

PMS  Overlay  & 
Guardrail 

PrH 

O 

a 

IR  15-1(73)38 
Red  lock  Int.  No*. 

PMS  Overlay  & 
Guardrail 

PTH 

o 

ST 301 /DESIGN  PROGRESS  REPORT 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221D 


CMS-14 


DISTRICT:  Butt' 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      28  cob  85 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


OCCv , 


JCd_3  IS3  Ui 


eni 


aa 


CONTRACT  AMOUNT:     $     1,023,? 52. CC 
CONTRACTOR:    Morgan  &  Oswcod  Ccnstructirn  Cc 
FROM  (town):       5cx  3CC9,  Great  rails,  i!T  5 
AWARD  DATE: 


10-31-84 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


Jim  8C 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:   Caprara   TELEPHONE: 

ADDRESS : 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


PC  3c-  ]  3-'-; 


ilcn, 


59 


GENERAL: 


,:  thg  above  Prc.'^t        .P'st  have  the 


ocrblon  of  contract^  no 


■ork  u 


:no  on  t'.. 


rro  ret. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:      &U  He, 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  %i*^LljL$L 


PROJECT  NO.:      F  /,?"/  (V)  Z  </ 
PRO  J.  NAME:    Cd£U[ife*l  ~  Sc>ufrt 

LENGTH :  j/Jj  ynJ^li  

COUNTY:  MaChSCO  

CONTRACT  TIME:         iZO     IV  D  ■ 
ORDER  TO  PROCEED  DATE:  ^//fc/W 

%  COMPLETE:   £^  

%  TIME  USED:   


CONTRACT  AMOUNT:  $  g?  «/^  3tf£i 
CONTRACTOR:  jf,; 

FROM  (town):  jjagflfe, 
AWARD  DATE: 


DATE  WORK  STARTED:  y///?^ 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


—  — 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      ^HU^/L  (? gj  TELEPHONE 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:     —  ADDRESS: 


ii  IQ 


GENERAL: 


~~T/i/±   pr*  jt*c-/  A«s  A<ee„  Q./^p  b^?<i  *>>ccpfrl  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS-14 


DISTRICT:  Futte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     28  ^5 


t  £  15-1 (68) U 

PROJECT  NO.:    h  ZJ  15-1(52)46  Ur1 

A:-  -.s*  <sa  l  Rf?*  r-3ontn — 
PRO  J.  NAME:    F^,;  t..yT.r,  »jf^t,?  -Sr^.h 

LENGTH:  ^Uej  

COUNTY:     Soar,t»rffea  t 


CONTRACT  TIME: 


18£  ..: 


CONTRACT  AMOUNT:     $  5,°?6,II0.85 
CONTRACTOR:  3 .J.  .;,'c::>i  Ccnstrncttorj  Co., 
FROM  (town):     ita  ! 

AWARD  DATE:   2 

DATE  WORK  STARTED: 


mj,  ..ashinrtrn  ?8C52 
.8-85 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE:     «-:un  ?6 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE:  683-6290 


PROJECT  MANAGER: 


cv rara 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:       7         ADDRESS:    PC  Bex  13 ',2 


GENERAL: 


6-:.an  crov;  o.e—  Stakip?  f  rr . .  of  a.  r6.^+66  7  to  Si  a.  ^CC+CC,  this 
'an  in  t  "''xa  checking  slcne  stakin-  notes  a]  sc  ecrvnlvln "  fls>a  nct- 


-?ct  this  t^rioa.  Have  net  hear 
\  •  Pro.^ct  a*  this  tire. 


date  and  time  Tor  Pre-Ccnstructic-n 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-1A 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3S 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


JZ-J~£  /3T-Z&-j1>/3<?  CONTRACT  AMOUNT:  $ 


CONTRACTOR: 
FROM  (town) 
AWARD  DATE: 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED 


TELEPHONE : 
ADDRESS : 


3c?6S 


GENERAL :       ^     ^-^T^    c«w^v^  ^V^y  dfed^uto  ^L=*S5&4,~p 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  2.- AS- 85 


PROJECT  NO.:  X  J5-3(4A/J>*  O/ 
PRO  J.  NAME:  *j 


LENGTH: 
COUNTY: 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE:    s£>-3o  -5>3 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT: 


CONTRACTOR:  Sf^JZtTy/?£    ZcnsT.  ^O. 
FROM  (town):    £>/?/5#T  AtfL  i.  3.  A/n 
AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE:  4-/?-#S' 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:  £sZA*>?a/ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE:  #ZjS~-  37?2 
ADDRESS: 


GENERAL:     /?„  zf>fry   /Ztc-m   A^ZZ    j&z  <ds>/'l/Jz£>   U/jj£N  /Vk/lru&e 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  £ »- ■  * J>-S>^" 


PROJECT  NO.  :  j-  sS-3(4X)sJTo  CSJZ 
PRO  J.  NAME:  ~g/qsj*l 

LENGTH :  ^  

COUNTY:  J&^£J?^<?A/  


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE:     jT-Z*/ -  BH 

%  COMPLETE:   £3  

%  TIME  USED:   £2  

NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  6>£,S'lOS'/. 
CONTRACTOR:             <S>mj;t  .  ^2>. 
FROM  (town):     &UJM£$*  ^77 
AWARD  DATE:   


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER :  /J/)f?o±£>  A,  h'/EAE.        TELEPHONE : 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


//A 


GENERAL:    A/o  A^/?/r   &£   /3?oJect     This   /^Xjod . 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT: 


Butte. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  J-J<?-$S 


PROJECT  NO.:  JT  jcS'-J  /  4*)/^  U3 
PRO  J.  NAME:    ^mnice  -fa^sl 

LENGTH:  A1/.  

COUNTY :   JeFFE***^ 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE:    S -<PV 

%  COMPLETE:  

%  TIME  USED:   

NO.  MEN  EMPLOYED:  & 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  /3;S^9;  72?,  12 
CONTRACTOR:    S/^TT£Al    Co*  ST.  . 
FROM  (town):    <£g&X_  BlLL  S ,  £±£\ 
AWARD  DATE:   ^ -3o 


DATE  WORK  STARTED: 
PROBABLE  COMPLETION 
NO.  DAYS  WORKED  PER 
NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

f%±i.  TELEPHONE: 
3  ADDRESS: 


DATE: 

WEEK: 

8 

PROJECT  MANAGER 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


112. 


GENERAL: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        o? - ,?gp- 


PROJECT  NO.:  _T  Mz3_£&2)Z£&  Q3 

PRO  J.  NAME:  '  £&£ii± 

LENGTH:  0.  35   /W, .  

COUNTY:  J 


CONTRACT  AMOUNT:     $  J.         MP,  QQjQLEB*,c*) 
CONTRACTOR:  5lSrrBM   &>AlST.  tin. 
FROM  (town):   £/?£X.T  J^LLSj  SWj- 
AWARD  DATE: 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  jT-^^-^V 

%  COMPLETE:  

%  TIME  USED:  3C  


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


s 

I  

 8 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENINu  DATE:   

PROJECT  MANAGER:  ^/?oi£>  A,  McBS  TELEPHONE 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  / 


ADDRESS :  /?^>,  JJ 


GENERAL :     £'<pa/ 7-/?/)cr#/?    Mp/?/c/N  <£     £>ti   S~,  B,     Sr/t^s.    (P^>  S  rs?. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^  -3.#-3-£~ 


PROJECT  NO.  :  X  j£^SjM^¥± 
PRO  J.  NAME:   /fe/^U/<?ik  -  So  ■ 

LENGTH :   -7,?  A//. 

COUNTY :  JEPf/rJtSQAI 


CONTRACT  AMOUNT:     %JG(33J;  £57,  2 J 
CONTRACTOR:  h4}s*,H6r*H    <£>Ai3T.  £0 , 
FROM  (town):    y4/J2SbL,^  jf- 


AWARD  DATE: 


7*" 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE:  7-  3£>  -<PV 

%  COMPLETE:   ^  

%  TIME  USED:   27.  / 


NO.  MEN  EMPLOYED: 


SO 


DATE  WORK  STARTED: 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  C,  J     fLy/j/j  TELEPHONE: 

7_       ADDRESS:  3o^ 


DATE: 

WEEK: 

/ 

8 

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:     Ss>A/77te<TTJ*>  O/J    £&g&&£±£L    6f?ej&9T/£>AJS  g_ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         JZ  -JZtf-gJS' 


CONTRACT  AMOUNT: 


33/ 


PROJECT  NO.:   X  JS-3^3j/^3 
PRO  J.  NAME:  faRlc  /Jc,  (sTXac^     CONTRACTOR:  k&mii&Xtol 


LENGTH : 
COUNTY: 


FROM  (town):  /ff/jsjswArtj  A?T. 
AWARD  DATE:   ^^-^y 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


DATE  WORK  STARTED:  &~J&-&H  f5r/?o<>\) 

PROBABLE  COMPLETION  DATE:  SSPT. 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

_       TELEPHONE : 
ADDRESS: 


PROJECT  MANAGER:  &AsK4Aj 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:    //g,  Jyj>/?/c    0*    Tvyzr    S'tA'l/^j o>/?£     7w/ii    £3££m£i.  ■ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914  ,  • 

    «*  / 


CMS-14 


DISTRICT:  2/30 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  jZ(?~3S^ 


PROJECT  NO.:      T/?  CONTRACT  AMOUNT:     $  3.  S~S8f  ,&&J~.<9fr 

PROJ.  NAME:    dkG&JZZ2it.  £$L  ///^CONTRACTOR:  Sfs^^/f-^ 
/*/.jT  /*7,-A>S  FROM  (town):  /»y  /1<f7~ 

  AWARD  DATE:  jZ^ggzJt&L  


LENGTH 
COUNTY: 


CONTRACT  TIME: 


DATE  WORK  STARTED:  SV 


ORDER  TO  PROCEED  DATE:  "S-St-gV 

%  COMPLETE:   

%  TIME  USED:      38  </£  


NO.  MEN  EMPLOYED: 


—  CP  - 


PROBABLE  COMPLETION  DATE:  S~-/-3d> 
NO.  DAYS  WORKED  PER  WEEK:      —  &  - 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT:  -  CP  " 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:      /<?  -yg-/ 

PROJECT  MANAGER:         ^Se/^/A-  TELEPHONE:       >/9*/  -J-^'/Z* 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  3G>^f3 


GENERAL: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:     *'u-  '  ' 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     2g  re'-  85  

PROJECT  NO.:     PCJ  29-]  (s;;c   CONTRACT  AMOUNT:  $  

PROJ.  NAME:   Ifcrth  c.  ^Vlr  rri-.r,s  CONTRACTOR:   

LENGTH:  r"-Q  i-i^s   FROM  (town):   

COUNTY:     j  ,--  ii.arn   AWARD  DATE:   

CONTRACT  TIME:  *C  &   DATE  WORK  STARTED:   

ORDER  TO  PROCEED  DATE:    PROBABLE  COMPLETION  DATE:   

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:    NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  laprys,   TELEPHONE:  'Qj-te/C  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:    K  Box  2JV2  

Ji:]cn,  \  T  59725  

GENERAL:    2-LIen  at  various  lays  showing  contractors  artrane:  Pro.ject  this  pericd, 
"-.lan  '  r\  c;:  Icq  1  la."  coi;iyi.n  -  "l<sll  not^s  Ji'cr  Pro,' get  this  oc~lo-t,  no  oth  ir 
*tys       iol  or  Preset.  Projert  to  he  let  the  28  reb  85.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:   2 /So  Rvutf*. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     £<? 2/?^  1^3^ 

CONTRACT  AMOUNT:     $  &/ {  75~C.  (,0 
CONTRACTOR:   Z.  4    QnsTra.* /j  o  n 

FROM  (town):  v  r*<c  <9?/.   

AWARD  DATE:  A   

DATE  WORK  STARTED:   

PROBABLE  COMPLETION  DATE:    CTu-yi*.  /ffs 

NO.  DAYS  WORKED  PER  WEEK:  V  

NO.  SHIFTS  PER  DAY:  _o  

NO.  HOURS  PER  SHIFT:  ^  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    Ixdi^  Q..flwt*z//        TELEPHONE:     7£1L~  77?7  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:      a_ '      ADDRESS:     ^g,  C  &  

GENERAL:     P^  rf<tm  zm^jtua^,    u**s=    k<r  )A   in  T'A^  Di<h;^  


PROJECT  NO.:  /J£  S  46  ~Z(  l)  I*  g 
PRO  J.  NAME :  o  £  lQ,s<Z    £>  r 

LENGTH:       /  3     &h  U  *  

COUNTY:    j£M  „ 

CONTRACT  TIME:  <fe>  (d&g&i&gQ 

ORDER  TO  PROCEED  DATE:   

%  COMPLETE:      Q.  O  

%  TIME  USED:      p  n  

NO.  MEN  EMPLOYED: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


CMS-14 


DISTRICT:  Butte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     2B  r  eb 


PROJECT  NO . : 
PRO  J.  NAME:  *»j 
LENGTH:  n.'j 
COUNTY:     c  a- 


Fes 


.:  es 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 

an 


%  COMPLETE: 
%  TIME  USED: 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $       P??, 913.1 5 


CONTRACTOR:  :sch  L'rnstructlcn  Cc, 

FROM  (town) 
AWARD  DATE: 


CO! 


■  -.UP- 


DATE WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE :  6g>62?C 
7         ADDRESS:       K  *OX  132* 


PROJECT  MANAGER: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


CO' 


in  PS 


GENERAL:     Sfc  '.*Hc  cn  t.ha  this  perloi. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS- 14 


DISTRICT:  ^TT£ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:  y^-^/v^  5*f-j(S)-7 
PRO  J.  NAME:  gtuZZL 

LENGTH:   2  ^  ^frfr  

COUNTY:   S&tf/C  


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE:   tf-  Z-8~3 

%  COMPLETE:   ^  

%  TIME  USED:  y^Q  

NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT: 
CONTRACTOR: 
FROM  (town) : 
AWARD  DATE: 


DATE  WORK  STARTED : 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      J?l c<;s<r-/y/  TELEPHONE:  -  y£/C> 

ADDRESS : 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:    U4x/C   5uS£GAjl>£&    /^A>  /t<>/At77S*> 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:  fit>TT£ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  J-JZ<?-£S 


PROJECT  NO.  :  jj^s  ^-/(j)// 
PRO  J.  NAME:  jfa.  k/U*T£H/9LL 

LENGTH :   0*  S?/, 

COUNTY:  iJgiSSB&S^ 
CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE:  ^-^V-^V 

%  COMPLETE:  

%  TIME  USED:   <2&.  

NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  'j^SS^sLjISjCI 
CONTRACTOR:  s/*U>E  <5>A/sr.  So  .  //V<T 
FROM  (town):    £j?j=&t  /?4LLS  A/r: 

AWARD  DATE:  

DATE  WORK  STARTED:  /£y^£&£ 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    J/££   &?/cAr^>Sj  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL :    /Y^A&>?;*//+j(Z  /jSotfJc   &j£L   Z2&=E  /2?o0&^7~  fa&tdL 

&j£aacate5M&2.  Jx&gAL  /b?j*//rs.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  ^?/3tP 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:     ^g&^^g^  Jtf  /%?S 


PROJECT  NO.  :  S^-ftf 
PRO  J.  NAME :  ^J^y^^C'^C  —  ^^aa^s- 

LENGTH:         ^jjjf  <?0<&   

COUNTY:  C^&^ZT^SO/l/  

CONTRACT  TIME:  /gJ><&e^<C&  <£*e«5 

ORDER  TO  PROCEED  DATE:  cdef  ?  S?&<^ 

%  COMPLETE:  *fc>.  3  

%  TIME  USED: 
NO.  MEN  EMPLOYED: 


557 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  ^_6f&&SX/£ 

 5^  

CONTRACTOR:  p>&4z<9<£~  ^Z>4i7S4? 


FROM  (town) 
AWARD  DATE: 


DATE  WORK  STARTED:     c^z.^ ^ 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


 £_ 

/ 


NO. 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    t^/^/^W  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL :     ^3||gfrgf?g     ^^/^s/^sfo    &u£0  <t£^rss- sdSg/^Z)  ^  ~^o  -£S 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  *?/SO 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:   ^ggfe%g^s^  ^ 


PROJECT  NO.:   ^  ~?0        #&g£2L  CONTRACT  AMOUNT:     $   /  tfS 

PROJ.  NAME:   ^g^jggZg   s±^S~  CONTRACTOR:  & 

LENGTH :  S^e^S   FROM  (town):  /^gg^^^S^f 

COUNTY :      0&y*2f&SO'O   AWARD  DATE: 

CONTRACT  TIME:    ^^^gg^g  DATE  WORK  STARTED:  —  

ORDER  TO  PROCEED  DATE:  ^  PROBABLE  COMPLETION  DATE:  ^grA^J 

%  COMPLETE:  6>   NO.  DAYS  WORKED  PER  WEEK:  ^ 


%  TIME  USED:  ^   NO.  SHIFTS  PER  DAY: 


NO.  MEN  EMPLOYED:  ^     ^  NO.  HOURS  PER  SHIFT:   <2_ 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  &&*r  ^^.^s^       TELEPHONE:  &&-J^^ 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ADDRESS:         ^^pyg^  A^/T 


GENERAL:  <&4/S*&<:-    ^jo^^yis   <f  ^j^g^£ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS- 14 


DISTRICT:  fiuTT£ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  JZ-28-R5 


PROJECT  NO.:  Af  /^J^.  (J)   CONTRACT  AMOUNT:     $  /;  7£S;  MS.  2  V 

PRO  J.  NAME:  yfo^v  BLvD  .  zJ&Z&Md       CONTRACTOR:  J/>/  Exc  f  JNC 

LENGTH:  /.  z    Af/.   FROM  (town):         £utt£.  d&Z 


COUNTY:  <</?///ir/yV   AWARD  DATE:   ?-3#-X3 

CONTRACT  TIME:  j£zZzJ&L  DATE  W0RK  STARTED:  //-*}~g3 

ORDER  TO  PROCEED  DATE:       a///)  PROBABLE  COMPLETION  DATE:   

%  COMPLETE:  y&Q   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:  /V//7   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:  NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  /^-/-jy 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    (p^£    SJZ-S&ss  TELEPHONE:  ■=3£g2&L 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ADDRESS:  y//Q 


GENERAL:  £h-~s9  J^SUZl    ZS  J?  -  */ -fr-* 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:  Z&dfT'f'/) 


PROJ.  NAME:  jg&$j£J&£  S% 

LENGTH  :        z£?  'S J  J  

COUNTY:  c5's  

CONTRACT  TIME :      ^  ~~ A/ x£?  


CONTRACT  AMOUNT:  $ 

CONTRACTOR:  ^//^  MxC^I** 
FROM  (town):  /fe^ 


AWARD  DATE: 


DATE  WORK  STARTED:  //-/^-^y 


ORDER  TO  PROCEED  DATE:  •¥"~S&~'M£~ 


%  COMPLETE: 
%  TIME  USED: 


NO.  MEN  EMPLOYED:  - 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


-CP- 


-  CP  ~ 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS : 


PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:      Butte  2130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      Feb.  28,  1985 


PROJECT  NO.:  M  5809  (3)  &  M5809  (4) 
PROJ.  NAME:     Mont.  Ave.  &  Custer  Ave. 

LENGTH:         0.29  Miles  

COUNTY: 


Lewis  and  Clark 


CONTRACT  TIME: 


30  Days 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  98 
%  TIME  USED: 


Aug.  27,  1984 


88 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  231f694.50  

CONTRACTOR:       Maronick  Const.  Co.  Inc. 

FROM  (town) :      East  Helena.  Mont.  

AWARD  DATE:        July  27,  1984 


DATE  WORK  STARTED: 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
i        ADDRESS : 


Sept. 

17,  1984 

DATE: 

April  15,  1 

WEEK: 

0 

0 

0 

A„  G.  Reather 


PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


444-6326 


2701  Prospect  Ave. 


Helena,  Mont.  59620 


GENERAL :       The  project  is  near  completion.    The  contractor  has  shut  down  for 
the  winter  and  will  complete  the  project  as  weather  permits.    There  remains 
some  curbs  to  be  placed  and  water  valves  set  to  grade  and  cleanup.  


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-14 


DISTRICT:     Butte  2130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      February  28,  1985 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


M  5815  (3) 


Cruse  Avenue 


0.3  Miles 


Lewis  and  Clark 


CONTRACT  AMOUNT:     $  1,606,403.09 
CONTRACTOR:       Maronick  const,  co.,  Inc. 
FROM  (town): 
AWARD  DATE: 


East  Helena,  Montana 


Sept.  28,  1984 


CONTRACT  TIME:  1    100  Working  Days  DATE  WORK  STARTED:  1-16-85 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  2 
%  TIME  USED:  o 


April  15,  1985 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


August  15,1985 

5 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      A.  G.  Reather   TELEPHONE: 

6  ADDRESS: 


444-6326 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


2701  Prospect  Ave. 


Helena,  Mont.  59600 


GENERAL :      The  sub-contractor,  B  s  G  Construction,  has  removed  the  existing 
structures  from  the  project.    Minor  clean-up  is  still  being  done  in  these 
areas.     No  other  work  is  planned  until  weather  permits.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  jS^ZTS^ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^gm^L 


PROJECT  NO.:     £  tt-  //4j<>  DATE  SURVEY  AUTHORIZED:  /Z/S.?/^- 

PR0.J.  NAME:    U^nz,^.  -^77/  DATE  WORK  STARTED:     _A/r>  re^ /< 

LENGTH :     M.J   ESTIMATED  COMPLETION  DATE:     /j/J  , 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:   TELEPHONE:  

NO.  PERSONNEL  ASSIGNED:      %  COMPLETE:   


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/22lE 


DISTRICT:  /^y/^ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     /^vW  £A  /9ft< 

PROJECT  NO. :     *<//•/('// )<4 ?  DATE  SURVEY  AUTHORIZED:  -9/,o 

PROJ.  NAME:    ^    DATE  WORK  STARTED:     /[A  f^e*,  A-V^AO 

LENGTH:    ESTIMATED  COMPLETION  DATE:     y, /) 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  TELEPHONE:   


NO.  PERSONNEL  ASSIGNED:    %  COMPLETE : 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:  BoZZ& 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ZJj 

PROJECT  NO.  :  S<??  -/  '3)z^c7^       DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:  R->A*D  DATE  WORK  STARTED:  |  Zz£UazAz£5&^ 

LENGTH:      A/.  4-  ESTIMATED  COMPLETION  DATE:  /f///  

DATE  SUBMITTED  TO  DISTRICT: 
PROJECT  MANAGER:  TELEPHONE : 


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/22 IE 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     Ekd£i^t£. £ £&!23J!L 

PROJECT  NO.:  Z2zLU£l  'J  DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:     I^a,  Qm&  DATE  WORK  STARTED:    /\A  .^r^d 

LENGTH:    ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  TELEPHONE:   


NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:  R. 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     £g#££4t£&£A  /9S^ 

PROJECT  NO.:  *7<rJJ.  S.        I   DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:  /f-M,.,f.*M  DATE  WORK  STARTED:  4^Ce^uds&^ 

LENGTH:     /j/,/?-   ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  P^r^ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 

PROJECT  NO. :  ^r-^//"-  DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:,^/^,,  ■^as^m2)     DATE  WORK  STARTED:    /?X  ,^W^c^ 

LENGTH:     A /.A  .   ESTIMATED  COMPLETION  DATE:     /[/./4  ■ 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    TELEPHONE:   

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:  Bc>TT£ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  cP -  ^<¥~ 

PROJECT  NO.:    g/Z   <%>3t>(^)   DATE  SURVEY  AUTHORIZED: 

PRO  J.  NAME:  S/,;ss£:lS»£LL  ^JstMHef    DATE  WORK  STARTED: 

LENGTH :   AO    A//.   ESTIMATED  COMPLETION  DATE:      4 -J 6, 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  /HfiSSoA?  TELEPHONE:  &£2L=~>2ML  

NO.  PERSONNEL  ASSIGNED:  ^  %  COMPLETE:  90  

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  flvTTE. 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  - JZ<P -cPS" 

PROJECT  NO.:      S*f  DATE  SURVEY  AUTHORIZED: 

PRO  J.  NAME:   y^Z/<af-JS  DATE  WORK  STARTED:  /0 

LENGTH:   yf//,   ESTIMATED  COMPLETION  DATE:  ^ 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    /?T  6 S/LSeAt  TELEPHONE:   

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   *T_  

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  Z/So  /£u,j/c 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  Z8S  /?  8^ 

PROJECT  NO.:        $  3,83 -/  (j J   &  DATE  SURVEY  AUTHORIZED:    ^vt  H  }l  1  £  £" 

PROJ.  NAME:  (4<%yrr]^Sor>  DATE  WORK  STARTED:    T^y,  ;?  /    1 9  &  ^ 

LENGTH:     &  J    /D<  /<zs   ESTIMATED  COMPLETION  DATE :  3 -/£~S  5~ 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER :  ^    3r>c<L //  TELEPHONE:      78  Z  '/ 7  9  7  

NO.  PERSONNEL  ASSIGNED:     jff   %  COMPLETE:     <?0  %  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:      Butte  2130 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      Feb.  28,  1985  

PROJECT  NO.:     RS  279-1  (2)  16   DATE  SURVEY  AUTHORIZED:     Oct.  16,  1984- 

PROJ.  NAME:     Canyon  Creek-Wilborn  DATE  WORK  STARTED:      Dec.  3.  1984 

LENGTH:  6  Miles   ESTIMATED  COMPLETION  DATE:  4-1-85 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     A.  G.  Reather  TELEPHONE:  444-6326  

NO.  PERSONNEL  ASSIGNED:  6   %  COMPLETE:  60  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT: 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     /^j.  £  ?  -  /?$S~ 

PROJECT  NO.:   I£  ^0-7  34/  DATE  SURVEY  AUTHORIZED:  /^-4--^4- 

PROJ.  NAME:   /ff,^:^  ft LJu*tt  -  Et&k       DATE  W0RK  STARTED:   

LENGTH:  //  ^   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  ^ tt**  TELEPHONE:  -  9/f  ?  

NO.  PERSONNEL  ASSIGNED:      _U   %  COMPLETE:   

f.iii  hell  J, TIT 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  OaJJ^. 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     /g/.  JL  &  -  ££SjT_ 

PROJECT  NO.:     X-f^-7^4fl  54/  DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:    *y,i„J,L~  /  DATE  WORK  STARTED:      /2'3.^  4- 

LENGTH:       /^>*^3   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      (£.  <T,  jj^.  TELEPHONE:  ZZZ-'g/ff  

NO.  PERSONNEL  ASSIGNED:     _0   %  COMPLETE:   

VJti'k-  C*0iii  iS  leP '       running    /mJvje   r#aj}  dds>  A-  ■■//# e $  / 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


57 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         c2 -«2<F-<P.5" 


PROJECT  NO.:  (x.) / O  DATE  SURVEY  AUTHORIZED: 
PROJ.  NAME:  J&e.jzs&A' -h<^/7/r^iL      DATE  WORK  STARTED:   


LENGTH:  Q     A//.   ESTIMATED  COMPLETION  DATE:  3~Jl2-2r£ 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    ^?jU    /%X>Jt:  TELEPHONE:  J?XS~-3?6Z  

NO.  PERSONNEL  ASSIGNED:  3"  %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  ^uTt^S 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       2-2-7-  fSj  

PROJECT  NO.:  £\ jT^  -  2-  Qj)  Z)  DATE  SURVEY  AUTHORIZED:       /  "2 


PROJ.  NAME:   V,  C  h  fJe.  Pa  5  £  -/      DATE  WORK  STARTED:         )~  Z  f^f'C 

LENGTH:   q,  f   ESTIMATED  COMPLETION  DATE:  jW^-fgT 

DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:  Q^£  J  TELEPHONE:  ^SjLl^O^jL 
NO.  PERSONNEL  ASSIGNED:  V  %  COMPLETE:   ^? 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:  gV?^., 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:  r/2  ^TO  -  i  & 
PRO  J.  NAME:    SPt?C.iMAlJ  O.fi. 


DATE  SURVEY  AUTHORIZED:  / /zj2S" 
DATE  WORK  STARTED:  / 


LENGTH: 


//,  Z,   ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:  "Z^/ij 


PROJECT  MANAGER: 

NO.  PERSONNEL  ASSIGNED:   


TELEPHONE : 
%  COMPLETE: 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  iRaH^ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:      f/g  $0-) Id  DATE  SURVEY  AUTHORIZED:        / /z/^j 

PRO  J.  NAME:  cZacVUOG  Cfc.  -  /Uc».       DATE  WORK  STARTED:       /  /zt  j^SL 

LENGTH:   JO,  &   ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      ^tiCtyL&JZ  TELEPHONE:        ^T<^  -  9^"6Z-  

NO.  PERSONNEL  ASSIGNED:  *f  %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  £/3& 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        £ /'ZS/g^' 

PROJECT  NO.:  /  9  )  /S~      DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME : Uest £>f  '/^^K^ytK^TC^DATE  WORK  STARTED:  S/s7/t3Lr~ 

LENGTH:  ?, 0    s*7s/&S   ESTIMATED  COMPLETION  DATE:  <j//s4j/&jr 

DATE  SUBMITTED  TO  DISTRICT:      ^ /^jT 

PROJECT  MANAGER:    TELEPHONE:  ^9'/ 

NO.  PERSONNEL  ASSIGNED:         7  %  COMPLETE:  %3>Z_  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:    2  /  3& 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^ 

PROJECT  NO.:  /^'^i(5Z)  ( '  DATE  SURVEY  AUTHORIZED:  %  -J*} 

PRO  J.  NAME:  $gj/ic  l/lrban  /^hs<*  DATE  WORK  STARTED: 


LENGTH:     2,  5  -^n,  /<? 5   ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:  _/r y/V,  g  //  TELEPHONE:  7SZ  '  /7?7 
NO.  PERSONNEL  ASSIGNED:    ^   %  COMPLETE:   


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


66 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /)   Ztf}  (9g_ 

PROJECT  NO.:  /  24  DATE  SURVEY  AUTHORIZED:  C  IjjB* 

PROJ.  NAME:  QjJ^  Uhsj  f  Sc^Hl       DATE  WORK  STARTED:   

LENGTH:    8.4  /W, /c'J   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  Ijru^     /3y>c&//         TELEPHONE:      7&Z~  /77  7  

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:  _£>  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:   ■6*  He. 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  "Z^j^/s^* 

PROJECT  NO.:      F  tl-l  ( » ]  £>  DATE  SURVEY  AUTHORIZED:  ti/zs/P1/ 

PROJ.  NAME:  t^51  miSillMMi^JJJ^^  DATE  W0RK  STARTED :  IT-/?/?1/  

LENGTH :   ^2   ESTIMATED  COMPLETION  DATE:   3 /^f/?1? 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     f>HuyL£fc  TELEPHONE:  6  -  9  -  

NO.  PERSONNEL  ASSIGNED:  O         %  COMPLETE:  3* O  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:     Great  Falls 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     March  4.  1985 


PROJECT  NUMBER  &  NAME 


DESCRIPTION 


NEXT 
MILE- 
STONE 


M-HRS 

USED 

THIS 

REPORT 

PERIOD 


COMP 


EST 

COMP 

DATE 


RE  6Hr2Q)9J_  _ 

Btgat  EallasBaat 


Gxade^_  Gravel-  Suxf . 
PMnS.  Sfrnrhirp  


Final 
n°  g  i  gn 


JM 


E£  2£r3Q)7£_  _  _  _  _ 
Rogers  Pass-East 


Wideru.  GtaveX  Sur_f .. 


Prelim 
F.T.H. 


ML 


in-Ti-f  5 


RS  348(18)  _   _    _  _ 
5  Mi.  S.  Fort  Benton-South 


Grade_j_  Grave_l_  Surf 
PMBB 


Prelim 

LLik 


L2-1H5 


F_3-H6)8  _  _  _ 
Sun  River  Jet. -North 


PMBS  ^_pverlax   

Minor  Widening 


Final 
F.T.H, 


ML 


Ml. 


6al5d5 


F_10^2(J.73_ 

BiR  samiY-Soutn 


Grade_„.  Gr^gvei.  Syxf ._  _ 


Prelim 

e  t  a 


140 


6-1  A— f  5 


RS  431-11  )7_  _ 
Fairfield-Power 


Gradej_  Grave  1_  Syr_f .. 
PMBS  


Prelim 
P-I.H. 


80 


RS.  223-21  )41  _ 
Chester-South 


PMBS  .Overlay, 


Final 
P.I.H. 


96 


.25. 


3-  8-i  5 


RS  552-U.  )Q_  _ 
Sunburst-East 


GtaveJ.  Smfa£e      _ 


Final 
P.I.H. 


4-30-5  6 


F_24=4(  _LL12_  _ 
Simms-West 


Widen^_  Gravel.  Surf 
PMBS   


Prelim 
P.I.H. 


?-,12-{  7 


FR  52rl(_)l. 
Belt-East 


PMBS  Uyerjay_      _ 


Final 
P.I.H, 


1-30-^6 


FR  _ 
Great  Falls-North 


PMBS  UyerJ.ay_  


Final 
P.I.H. 


Ll-26-5  5 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221D 


CMS-14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         March  1,,  1985 


m  15-/1(61)229 


PROJECT  NO. : 
PRO  J.  NAME:     Al;gUflta  Tnt . 
LENGTH: 
COUNTY: 


North 


18.7  Miles 


Lewis  &  Clarh  -  Cascade 
CONTRACT  TIME:       120  w.D.  


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  99 
%  TIME  USED:  93 
NO.  MEN  EMPLOYED: 


1-16-84 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  6.229.685,78 
CONTRACTOR:        Hilde  Const.  Co.;  Inc. 
FROM  (town):       Great  Falls 
AWARD  DATE: 


Feb.  29,  1984 


DATE  WORK  STARTED:       April  6.  1984 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


4-30-35* 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       r_  _  TELEPHONE: 

JL       ADDRESS:  Great  Falls 


G.  Eniiprann 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


727-4350 


GENERAL: 


1  man  pngpgpri  in  working  on  Final  Estimate. 


Paint  Striping  will  be  completed  next  construction  season. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


1 


DI STRI CT :    J?S32°  '  ± 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^S'tT^J 


PROJECT  NO.:  s*- )  .JZ?£ 

PRO  J.  NAME:     ^j^?^  S  J> 

LENGTH:  //.   

COUNTY :       gg^y   ^  <£gk&£2&2£  


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:  y</  

NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  ? ^"7, 
CONTRACTOR:    ^^gggfcZ  X%^r  /Z*. 
FROM  (town):      ^  £*>s_s 
AWARD  DATE:         ,  /(  ,,  ^  £ 


9^ 


DATE  WORK  STARTED:  .4^?  ^/ 

PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK:       ^  6? 

NO.  SHIFTS  PER  DAY:  ^  

NO.  HOURS  PER  SHIFT:   


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  /_     S^^aS  TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    J£_       ADDRESS:  /^^^sosy 


ED  i  tifW 

1  htB  1 


ti 


DEPARiMtwr  Or  HIGHWAYS 
GREAT  FALLS,  MONTANA 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:     Great  Falls 


-  3130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        March  4,  1985 


PROJECT  NO. : 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


F  24-3(5)100  

Rogers  Pass  -  East 
Middle  Section 

8.5  miles 
Lewis  and  Clark 


CONTRACT  AMOUNT:     $  3,215,825.45 
CONTRACTOR :        Mever    Construction  Co. 
FROM  (town):       Billings,  Montana 
AWARD  DATE:  9-24-82 


CONTRACT  TIME:     120  +  13  W.D. 


DATE  WORK  STARTED: 


11-18-82 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  100 
%  TIME  USED: 


10-18-82 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


11-5-84 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

ACTING  PROJECT  MANAGER:        Dan  Black  

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE: 
ADDRESS : 


278-7931 


Conrad ,  Mon  t  ana 


GENERAL :  Final  Estimate  and  Supporting  Data  will  be  forwarded  to  Helena 
 on  or  about  March  5,  1985.     This  is  the  Final  Report.  


MARL IN  BRACKNEY 


Engr.  Officer  I 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS- U 


DISTRICT: 


Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      March  4,  1985 


PROJECT  NO.:      F-BRF-HES  24-3(7)109 
PRO J.  NAME:  Bowmans  Corners-Northeast 

LENGTH:   7.8  Miles  

COUNTY:         Lewis  &  Clark  

CONTRACT  TIME:      120  Working  Days 


ORDER  TO  PROCEED  DATE:  4/16/85 

%  COMPLETE:   Q  

%  TIME  USED:  n 


NO.  MEN  EMPLOYED: 


0 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  4,243,653.15 
CONTRACTOR :    Hilde  Construction  Co.,  Inc . 

FROM  (town) :      Great  Falls,  Mt.  

AWARD  DATE:        January  3,  1985  

DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE:  May  31,  1986 

NO.  DAYS  WORKED  PER  WEEK:  None  

NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


None 


None 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      Walter  D.  Smith  TELEPHONE:  264-5310 

ADDRESS : 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


_6_ 


P.O.   Rnx  1359 


Great  Falls,  Mt,  59403 


GENERAL :      No  activity  on  the  project  by  the  contractor (s)  .  

The  engineering  personnel  are  engaged  in  office  work,  establishing  centerline 
and  R/W  lines,  and  running  bench  levels.  


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


» 


CMS-14 


DISTRICT: 


Seaat  Fails 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        rfemh  /, 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


RTF  60-2 f 15)71 
Ttelt.  Fast,  Wftat. 
10. 6  Mi  Irs  


Cascade 


CONTRACT  TIME: 


90  W.D 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town): 
AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     _G.  Enaerson      _  TELEPHONE: 

5         ADDRESS : 


727-A350 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


Great  Falls 


GENERAL :  A  *>  man  finpineering  crew  engaged  in  r.nnst.  motion  layout..  The  pmje ct 
 was  let  Feo.  23,  19-S5.  


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS- 14 


DISTRICT:      Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         Fffhriinry  27  ,  10 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


R.S.  218-1  (2)  <t  

Sol  id  Road -Conrad  East 

 2.8  mi  lea  

 Pnndera  


CONTRACT  TIME:      70  Working  Days 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   


■  Ian.  8,  1 985 


J2L 


_0X 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $      1  f  m  Q  f  o>2k  Jfl 
CONTRACTOR:      Baltrush  Construction 

FROM  (town):    Harve,  MT.  

AWARD  DATE:      December  5 ,  1984  


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE:    July  15,  ig8q 

NO.  DAYS  WORKED  PER  WEEK:  _g  

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


0 


0 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       Hammer hark or  TELEPHONE:   

ADDRESS: 


278-79^4 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.  0.  Rnx  mn 


Conrad,  MT.  59425 


GENERAL: 


 No  work  on  the,  subject  project 

is  scheduled  for  March  5»  1985-  


A  pre-construr.t  ion  conference 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:      Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       March  4r  1985 


PROJECT  NO. 


RS  434-1(1)24 


PRO J.  NAME:  Lewis  &  Clark  Co.  Signing 

LENGTH :   16.9  Miles  

COUNTY:         Lewis  &  Clark  

CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town) :   

AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       Walter  n.  fMt*  TELEPHONE: 

ADDRESS: 


Walter  D.  Smith 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  0 


264-5310 


P.O.  Rnv 


Gt„  Falls.  Mt.  5Q4Q3 


GENERAL : 


The  project  has  been  pulled  and  will  not  be  Ipf  ro  contrarr 
FINAL  REPORT 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:  Gt  Falls  3130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        February  27,  1905 


PROJECT  NO.:  M  5219(1) 

PROJ.  NAME:    3Rth  St  &  2nd  Ave  No 

LENGTH:   Q.QQ  

COUNTY:  Tirade  

CONTRACT  TIME:     fin  Working  Davs 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   


4-16-85 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  54,598.00  

CONTRACTOR:      Livesay  Traffic  Maintenance 

FROM  (town):    Great  Falls,  MT  

AWARD  DATE: 


10-31-84 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

F.  A.  Robinson  TELEPHONE: 

ADDRESS : 


PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


727  4350 


0-1 


Gt  Falls,  MT 


7-1-85 


GENERAL:  No  work  on  project  to  flate..    Preconstruction  conference 

 held  February  8,  1985.    Contractor  will  not  begin  work 

 until  all  materials  are  on  hand.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


7* 


* 


DISTRICT:     ^gfr./  fjj/t 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      A;  A  .  £  }  /9r\V 


PROJECT  NO . : 

PRO  J.  NAME:     6N  At  ^ftl*<L -/JAtsrP 

LENGTH :   

COUNTY:   MJ1  


CONTRACT  TIME: 


CONTRACT  AMOUNT:     $  LS&Q^Z.  Uf 
CONTRACTOR:       M^Jrl  f>,^4r,.*..L\« 
FROM  (town):      6*ZLe>m^.n  +  .rfxtV 
AWARD  DATE:  jj-^j,  z^/M 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED: 


?  -Jim 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


/ 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  She  *  TELEPHONE 

m 


A 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


_Z_  ADDRESS: 


GENERAL:      ^        „  ^  CsjLtxLsd     A      Cor /r      *  - /, -A  <c  gjj^ 

-//miter  fLjsJt. — diiL&A  ,  ,Mq  u&cIl        ^xu^miu.  s/rL«,J/r 

— b  rten  -<Ttrr/i/rlJ  &2xiJx±LuLLp  -bug  So 


FEB  8  7-1985  ^ 

\&mmm  Or  rtiiiHWAYS 
GREAT  FALLS,  MONTANA 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


1/ 


DISTRICT 


Great  Falls  -  3130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       March  4,  1985 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


BR  9021(7) 


Bullhook  Flood  Canal 
0.29  Mile  


Hill 


CONTRACT  TIME: 


75  W.D. 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  100 

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


7-30-84 


ACTUAL  COMPLETION  DATE: 


11-16-84 


CONTRACT  AMOUNT:     $  251,274,97  

CONTRACTOR :         Sletten  Construction  Co , 

FROM  (town):       Great  Falls  

AWARD  DATE:  7~6-84 


DATE  WORK  STARTED: 


8-2-84 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  Glen  Brown  TELEPHONE: 

ADDRESS : 


December  6,  1984 


265-6821 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


Havre,  Montana 


GENERAL :            Final  Estimate  and  Supporting  Data  will  be  forwarded  to  Helena 
on  or  about  March  6,  1985.     This  is  the  Final  Report.  


MARLIN  BRACKNEY 
Engr.  Officer  I 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


7  2 


DISTRICT:     Of  f^LLS 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      //1/WCH       y  /<yg*q 


PROJECT  NO.:  Q&£LS 

PRO  J.  NAME:     /./Aeery  CQUA/r^/ 

LENGTH :   yp.  7 

COUNTY:  ^/SB^rV  


CONTRACT  TIME: 


<Q  W/J 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  Q 
%  TIME  USED:  O 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $     /Z ,  ZQ^  CCD 
CONTRACTOR:       A/PUrt,**:*?  £(^r 
FROM  (town):  ,  /sir. 

AWARD  DATE:  

DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  TELEPHONE 

ADDRESS 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.O.    rtnx  ^T9^L 


GENERAL : 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS -16 


DISTRICT: 


Gt  Falls  3130 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  fcbl'uary  27,  1905- 


PROJECT  NO.:  RS  330-1(6)0  DATE  SURVEY  AUTHORIZED: 


PROJ.  NAME:      Ulm  South(North  Section)    DATE  WORK  STARTED:  11 -28-83 


LENGTH: 


6.5  Miles  ESTIMATED  COMPLETION  DATE:  6-15-85* 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:   F.  A.  Robinson  TELEPHONE:  727  4350 

NO.  PERSONNEL  ASSIGNED:  0  %  COMPLETE:   76%_ 

*  Work  suspended  pending  outcome  of  condemnation  hearing. 

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


CMS- 16 


DISTRICT: 


GT  Falls  3130 


PRELIMINARY  SURVEY  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:         RS  330-1(1)0 


DATE  SURVEY  AUTHORIZED: 


PROJ.  NAME:  _Ulm  South(Mid  Section)  DATE  WORK  STARTED:  I"1-"14-84 
LENGTH: 


5.3  Miles 


ESTIMATED  COMPLETION  DATE:  ??????? 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:       F.  A.  Robinson  TELEPHONE: 


727  4350 


NO.  PERSONNEL  ASSIGNED:  0 


%  COMPLETE: 


80% 


?????  Pending  availability  of  DOH  Land  Surveyor  to  re-establish  section  corners 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


CMS- 16 


DISTRICT:    GT  FALLS  3130 


LENGTH: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      February  27,  1900 


PROJECT  NO. :       RS  228-2(5)30 


DATE  SURVEY  AUTHORIZED:  12-22-83 


PROJ.  NAME :      5  Mi  So  Ft  Benton-South      DATE  WORK  STARTED:  1-15-85  

10.0  Miles   ESTIMATED  COMPLETION  DATE:  12-31-85 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  F.  A.  Robinson  TELEPHONE: 
NO.  PERSONNEL  ASSIGNED:  0   %  COMPLETE: 


727  4350 


DISTRIBUTION: 


3255-2916 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS- 16 


DISTRICT: 


Great  Fall* 


PRELIMINARY  SURVEY  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:  FR  S7-1^1 
PROJ.  NAME:  Belt  -  v.* at. 
LENGTH :  9.6  Miles 


 March  ;,;  1335 

DATE  SURVEY  AUTHORIZED:      ,Innp  c 

DATE  WORK  STARTED:       December  ?A,  19*/, 

ESTIMATED  COMPLETION  DATE:      March  1.  1935 


DATE  SUBMITTED  TO  DISTRICT:       February  ?3,  1935 
PROJECT  MANAGER:  EDderaQU  TELEPHONE: 

NO.  PERSONNEL  ASSIGNED:         A  -  10  %  COMPLETE:  1mg  


A  6  -  10  man  engineering  crew  engaged  in  taking  x-sections,  topography,  and  determining 
guard  rail  warrent  areas. 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


If 


CMS-16 


DISTRICT:   Great  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     March  4.  1985 


PROJECT  NO .  :  F  24-4(5)117 
PRO J.  NAME:  Simms  -  West 
LENGTH:  11  Miles 


DATE  SURVEY  AUTHORIZED:  8/30/84 
DATE  WORK  STARTED:     Qr.tnhPr  in,  1Q84 
ESTIMATED  COMPLETION  DATE:  3/22/85 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     Walter  D.  Smith  TELEPHONE:  264-5310 

NO.  PERSONNEL  ASSIGNED:  3  %  COMPLETE:  90 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-16 

DISTRICT:  Gr^>/  Balis* 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      ^jj  ^.-S  

PROJECT  NO.:     ^  ,.7(U)^ry  DATE  SURVEY  AUTHORIZED:    &  ,7-<^4- 

PROJ.  NAME:  /-^/  Btdkn&ps  &&*t    DATE  WORK  STARTED:       ,  ^  3^&±  

LENGTH:  g^jj^   ESTIMATED  COMPLETION  DATE:    ^  -T^g^ 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  r-^W^  Jrffljg      TELEPHONE:  -  S„P>^\  

NO.  PERSONNEL  ASSIGNED:      _^   %  COMPLETE:  %,  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-16 


DISTRICT:  ^££ftT  F^lls  .  3/ 3o 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        .JYIaVxlH  H.  /<?£S 

PROJECT  NO.:      /="  /  -  3        ^        ^  DATE  SURVEY  AUTHORIZED:   

PRO  J.  NAME:  J3je*aJS>//)&  -(L,T  EtontL     DATE  WORK  STARTED: 

LENGTH:  JS&.S    fYlilzs,  ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      £.  3s2^^r*  TELEPHONE:  ate&2  

NO.  PERSONNEL  ASSIGNED:  V  %  COMPLETE:  f 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT: 


Great  Fa  I  1 s 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      rcbruar.  27.  nQ" 


PROJECT  NO.:        I.  R.  15-6(2^  ^09 


DATE  SURVEY  AUTHORIZED: 


PRO  J.  NAME:  nui-tnn  -  North  f.  Sm.t-h  DATE  WORK  STARTED:  Feb.  20.  1935 
LENGTH:   7.1  Mi1P<;   ESTIMATED  COMPLETION  DATE:  3-8-85 


DATE  SUBMITTED  TO  DISTRICT: 
PROJECT  MANAGER:      u^r^r^r  TELEPHONE: 


278-79^ 


NO.  PERSONNEL  ASSIGNED: 


%  COMPLETE: 


-10JL 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


-77 


CMS- 16 


DISTRICT:    Gt  Falls  3130 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         rebrudt.V  27,  1  98G' 

PROJECTNO.:  H  5212(1)   DATE  SURVEY  AUTHORIZED:  9-17-81 

PROJ.  NAME:      Gt  Falls  -  So  Arterial        DATE  WORK  STARTED:  12-10-81  

LENGTH :   8.9  Miles   ESTIMATED  COMPLETION  DATE:  ?????????? 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:        F.  A.  Rpb  inson  TELEPHONE:  7?7  4350  

NO.  PERSONNEL  ASSIGNED:   Q_       %  COMPLETE:  

???????????  Work  suspended  indefinitely. 

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


DISTRICT:       Glendive  4130 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     February  26,  1985 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

wtyt 

llLA  1 

MILE- 
STONE 

M-HRS 

U  JDLi 

THIS 

REPORT 

PERIOD 

% 
COMP 

CO  I 

COMP 
DATE 

F  26-1 C n  3  ' 
Sidney  -  North  Dakota  Line 

PR          Prairol  PMC 

And  Structure 

r  mai 
Design 

16 

70% 

17    9  —  Wft'S/iA 
r    £  —  L (o ) HO 

Fallon  Co.  Line  -  E  &  W 

PMS  Overlay 

Final 
P.I.H. 

20% 

7/1/85 

V   TQ- 1  f  1  S  '\  L 

r  jj  i v i j  ^  h 

Lame  Deer  -  North 

PMS  Overlay 

Final 
P.I.H. 

10% 

8/1/8) 

F  18-1 f 2Y1 

Miles  City  -  Northwest 

PMS  Overlay 

Final 
P.I.H. 

97» 

9/1/8) 

Culbertson  -  West 

PMS  Overlay  &  Widen 

Final 
P.I.H. 

24 

25% 

9/1/8  > 

Saco  -  East 

PMS  Overlay  &  Widen 

Prelim. 
P.I.H. 

Q% 

12/1/8 

Webster  -  East 

GS. 

Final 
M.H, 

QZ 

fi/l/fli 

DC     /.  O  Q     f  /  A  \  A 

Kb  438-1(4)0 
Nashua  -  North 

PMS  Overlay 

Domp,  ol 

n% 

7/1/81 

Circle  -  North 

PMS  Over lav  & 
Widen 

Prelim. 
M.H. 

194 

30% 

8/\/8< 

RS  344-1(5)29 

775"  MT.  W7  oTFroid 

PMS  Ovprlav 

1  LIU  \— '  v  t  J.  lay 

&  Widen 

.  L  Cl  ±111  * 

M.H. 

0% 

9/1/8* 

F  57-6(2)281 
Circle  -  East 

PMS  Overlay 

]omp. 
jf  Surve 

L.  

0% 

?/!/§< 

BRF  42-3(6)73 

S.  of  GlasgowTMilk  River) 

STR.  and  APPS. 

3relim. 
M.H. 

0% 

3/1/8: 

RS  517-1(1)0 
Coal  Tlidge"  -"West 

PMS  Overlay  — 

]omp . 
)f  Surve 

1 

0% 

4/1/8; 

RS  516-1(1)14 

Coal  Ridge  -  North  &  South 

PMS  Overlaj 

^omp. 

>f  Surve 

y 

0% 

4/1/fi; 

F  42-3(7)59 

Fort  Peck  -  Glasgow 

PMS  Overlay 
&  Widen 

'omp . 

>f  Surve 

f 

TOTAL  =  234  Hrs. 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221D 


"7<? 


DISTRICT:  G>lenJtVfL 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  q£ d? C, 

PROJECT  NO .  :  jr&OQC>  efs)  )  CONTRACT  AMOUNT :     $  /,  02  3  OO 

PROJ.  NAME:  /vet<j/,  StiM  j&ra/#e*»)+»f  CONTRACTOR:   //)or<}W  f  0j«JooJ 

LENGTH:       -    FROM  (town):      cZrea  /  A"«/Js.  pir. 

COUNTY:        Ymt'oi'S   AWARD  DATE:  //-  ^  £4  

CONTRACT  TIME:         /JIQ    \V.  0.  DATE  WORK  STARTED:   


ORDER  TO  PROCEED  DATE:     3'  /'  PROBABLE  COMPLETION  DATE:     £_  3o  SS". 

%  COMPLETE:   NO.  DAYS  WORKED  PER  WEEK:  _^  

%  TIME  USED:    NO.  SHIFTS  PER  DAY:  -  

NO.  MEN  EMPLOYED:   NO.  HOURS  PER  SHIFT:  -  

ACTUAL  COMPLETION  DATE:  _j  

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  A?//j 

„    PROJECT  MANAGER:    'Ac,,   &uA./e.  TELEPHONE:     36  5'-  JZ&77  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     _/_  ADDRESS:      <£./r.. />T-  S'?53Q 


GENERAL:     /V£>    sve\J£  <4e    sr/nv/^J  on    S/j/s  '~ J  '  '  ^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS-14 


DISTRICT: 


GI endive. 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


February  26,  196ft 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


?.TF-:ES-1-1Q  (1*0  648 
 (. .  3  '  .i-l  es  

.  OOSflVPl  t  


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


PROJECT  MANAGER: 


Bfl] rivn  n 


CONTRACT  AMOUNT:     $  1  .ntypft 
CONTRACTOR:         t&rtaMfi  t  .''vpt-s 
FROM  (town):  iiPR  r.it.y 

AWARD  DATE:       February  Bt  1Qt^ 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


■  ifi  .t.  1 


ACTUAL  COMPLETION  DATE:  -  

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:  

TELEPHONE :   

ADDRESS: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


556 


£5 


-.ulbert.qpn.  ViT — '-.,-■? fi 


GENERAL: 


ord  froii,  the  c:;ntr.-'ot.or  as  t.n  vrht-n  ■  inv 


1  3  b£ ■  3 B 


Gcn^trui: tioi    Ir./  -i.t  as  tln.e  per...it; 


I  oaaiJ 


Of  r.-.r.t.i-i.l 


points  no... dieted  to  gate. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT: 


FOR  THE  PERIOD  ENDING: 

PROJECT  NO.:    f  RTF  le-^  (l)gl^ 
PROJ.  NAME :  $i  D  A)  ^  =  ilil 

LENGTH:        ///  /??//<<>,  

COUNTY: 


CONSTRUCTION  PROGRESS  REPORT 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town): 
AWARD  DATE: 


$  — 


CONTRACT  TIME:  — 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  — 


%  TIME  USED:  — - 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY:  — 
NO.  HOURS  PER  SHIFT:   


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   " 

  TELEPHONE: 

O        ADDRESS : 


PROJECT  MANAGER:  //, 

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:        /  </-   s7?*#  Aeuir.t    mfrf    j/S£0  <£>?   //}/<,   />r*j*c/  HlXS 
*A  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT: 


Glendive 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      c  hru.-rv  26 ,  198^ 


PROJECT  NO. : 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


E  22-3  (1)  81 


Cv  "-be  rt  son-l\  orth 


les 


rioooevelt 


CONTRACT  AMOUNT:     $  1.060.641 
CONTRACTOR:  Baitrusch 

FROM  (town):  H^vre  

AWARD  DATE:      October  31 .  1  4 


CONTRACT  TIME:  1GO  <iD 

ORDER  TO  PROCEED  DATE:.- 

%  COMPLETE:   . 

%  TIME  USED:   . 


DATE  WORK  STARTED: 


?±1  i6.  19B5 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


3ei.t.  1,  19£ 


NO.  MEN  EMPLOYED:  -  

ACTUAL  COMPLETION  DATE:  - 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  - 

PROJECT  MANAGER:    .T,r  Pg  S.  SaL&iH  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:   P.u.  3ox 


Culbertson 


GENERAL: 


-,n  nOTif:i-rt;r:-wio:-  l,iv  ;ut, 


"■vey  ere;-'  ^a,       on  other 


y-inst?u;:tin  ■  r./jnfer^r.ce  sche'ulea  for  r'eb  27,  ^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     A> /^c^sy  £C*.  /9££ 


PR0JECT  N°-:  ^IfcuffiL  CONTRACT  AMOUNT:  %^S^t^ 

PROJ-  NAME:     Mils*  Pity         Milft  City  CONTRACTOR:  .  ,  ^ 

LENGTH :      ,  x^^i   FROM  (town):  ^//^^ 

COUNTY:        (f/s.s&-   AWARD  DATE:   

CONTRACT  TIME:       /^V?         ^7  DATE  WORK  STARTED:  ^//f/^'V 

ORDER  TO  PROCEED  DATE:  PROBABLE  COMPLETION  DATE:  ^ 

%  COMPLETE:        ^fg£    NO.  DAYS  WORKED  PER  WEEK:  PS- 


%  TIME  USED:    NO.  SHIFTS  PER  DAY:   ~~ 

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     /)^t  .  S /<-,..  v,V  TELEPHONE:  /Q£3  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     3_  ADDRESS:       /J-,?/.  nJ°  /tf?£^<?,,  <r 


GENERAL:   tcs'/s-JcA:^  sytr/ s7?,s/c  y/7c,,/r4yx,„r    ^.Jcj/-^  c//^ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  (  ^tE$2y/<yt~ ^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    /^rj^^^/z^ /^S'S 


PROJECT  NO. 
PRO  J.  NAME: 
LENGTH: 

COUNTY:    ^^2fS£l  £2*0^£. 
CONTRACT  TIME 
ORDER  TO  PROCEED  DATE:  /Z'^Z 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED:  /£^g~V 


CONTRACT  AMOUNT:  $ 
CONTRACTOR: 
FROM  (town) : 0 
AWARD  DATE: 


f<£?0    AO-  £?■  DATE  WORK  STARTED:  //-J&'-<*3& 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


/ 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DAJE: 

PROJECT  MANAGER :  /{ Z^Z^^TELEPHONE :  Z9^5~ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  


GENERAL:  ^JWr   <£g£?S»  /^?y4?S^&cYas?  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  g/^rl <ue. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  b/2u/1/2  <j  "ZC, 

PROJECT  NO.:  37/?  9  </~  3(3S) / CONTRACT  AMOUNT:     %^{D7^  . 
PROJ.  NAME:         ^/luJsQ  <j /£zSf$  Old  r  CONTRACTOR :    f/<?V£^  G*J5  TTVSr 77^(^0 


LENGTH 
COUNTY 


CONTRACT  TIME:       C?0  frj.  /). 


FROM  (town):     /%//y/l>pS.  /^/^J^AJq 
AWARD  DATE:  /£/~/e 
DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED: 

NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE 
ADDRESS : 


GENERAL:  fy, 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  r/e(T/£. 


PROJECT  NO.  :  jQZ££lk. 

PRO  J.  NAME:  (&H£z£JT 

LENGTH:  p  /<L 

COUNTY:  cc  -r  S^C'sf  

CONTRACT  TIME:      g  g  C      cx^  ^ 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  ?  (9 

%  TIME  USED:  g£ 
NO.  MEN  EMPLOYED: 


o 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  /Q,  <o  7Z,  *~Q 

CONTRACTOR:     ^e'^c->y  Ce>/<  g;^// 
FROM  (town):         ^  >^>?  / 

AWARD  DATE:  3  /^  s/& 5  

DATE  WORK  STARTED:        S'/sG/g S 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


c 


NO. 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS : 


PROJECT  MANAGER:  .  J~ <u/ /£/*SO />/ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  3 


GENERAL: 


G  g/f 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-I4 


DISTRICT:      <S  d  <rv7/g£jS£=~ 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ?l/ ZQ  / 8 S 

PROJECT  NO.:    JT^  ? </-  y 'Q yr ; j-JT  CONTRACT  AMOUNT:     $  Z,  0  8 Z  S // ,  3  0 

PRO  J.  NAME:     ^r^/^/c   c~c,  c/a/&-  qv  cTj  ^CONTRACTOR :      S*J*T<*SC  t    ^SC'/fLT  ZTsi/C 

LENGTH:  ff,  p    str/C  gC£  FROM  (town):     ^?  ,c  C  £  rS 

COUNTY:  <~  ^  j  /~  ^'/^   AWARD  DATE:  / /j /fi  JT  

CONTRACT  TIME:         g  O   <-></  S>  DATE  WORK  STARTED:       yi/o r     jr sstsr y~c'^P 

ORDER  TO  PROCEED  DATE:       *///C  s4>  S  PROBABLE  COMPLETION  DATE:  <9//(>/<?S 

%  COMPLETE:   O   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:  g   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:  Q   NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     5~ <us  /? /VJ o si/  TELEPHONE:       £3  C  -  £<L  ?.j  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     _/  ADDRESS:  o  ^ 

GENERAL:  /*?       s^sP &     C  0  /V^7~yf  U  C  r  V  (l  />/         C  0  sr/^  C^/TC^is  C  fr-' 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:     ^//3  0 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  Z.~ZC*~#& 


PROJECT  NO 
PRO J.  NAME 
LENGTH: 
COUNTY: 


CONTRACT  AMOUNT:     $  / 


CONTRACTOR:  Pvx 


-1C  e 


t, 


CONTRACT  TIME: 


00  d, 


FROM  (town) :  Hf.  ° 

AWARD  DATE:         S^jj    2-^  /  ^jjj 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:        /  c/ 
%  TIME  USED:  /  f 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


4^  /  <±i? 


o 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:  &>v^*ol  j^jJU 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: O 


TELEPHONE : 
ADDRESS : 


P.o- &*/  ??o     5*7  13  0 


GENERAL: 


u/,  U 


1-0  13/" 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:  £lthld/\Jt: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     hgj> .  /9SS 

PROJECT  NO.:     jCS  AO  V-3  CONTRACT  AMOUNT:     $    J,  J29S,  ZOO-  90 

PRO  J.  NAME:  V/>,  -  tinAr/^jJ  CONTRACTOR:    Q£&gJ_  J&AJ>£=/*J  £XC,  Z^C. 

LENGTH:  /Q.  Q  /filled   FROM  (town):     Z/a/C  /Ate*,  MaJ, 

COUNTY:         PA,ll/f>S   AWARD  DATE:      ./tily  £7,  /fljgv/ 

CONTRACT  TIME:         fQ  U/.j),   DATE  WORK  STARTED:    ^$tf>T  J7,  /fljV 

ORDER  TO  PROCEED  DATE:      £-27-  &4  PROBABLE  COMPLETION  DATE:      /)/„ ~<4/-yff<r 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:  £ 

%  TIME  USED:      3tf   NO.  SHIFTS  PER  DAY:   £ 

NO.  MEN  EMPLOYED:     _£   NO.  HOURS  PER  SHIFT:   {*) 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  J),J)6j£QC/>£&  TELEPHONE:       6>$4  ~/7££*  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     ^?  ADDRESS:  /foy    J  76  

GENERAL:        Jg    jJgZK  0/J   T/>£     /kdJ&d  J?U?/*Jj  YA  fT  gggj&C 

tfu  #f<  -  ML*         dkleZ  &&d&L  M>u£s^  <?7<?°. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:      1^/3  D 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         2-  2-£-jr  ;> 

PROJECT  NO.:  fiS 

PRO  J.  NAME:    So^bA^     ^Ocrtk  *i£idZ 

LENGTH:  /S",  0  

COUNTY:  G^f.efc/  

CONTRACT  TIME:         fO      hJ.fi  . 
ORDER  TO  PROCEED  DATE:     fy/J  IL  tfiS 

%  COMPLETE:  (JjO  

%  TIME  USED:  9  J  

NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE:  //-vr-frV 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  tU / A 

PROJECT  MANAGER:     £jjLA£ucd.    iAlL         TELEPHONE:  V-  2^7  7  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     _Q_       ADDRESS:      CG^dci^?  .  j*j£±  

GENERAL :       C(e<t<\  ugajL       &  ^-e      gg  *< /? 


CONTRACT  AMOUNT:  %  I  I  3jJ  loL  .  L  ^ 
CONTRACTOR:  ft  L  '  bus.  Co^ly*  ,X<f 
FROM  (town):    Q^iUf  «4o«t.  j-^f^J'7 

AWARD  DATE:       Q^j  Z^df/  

DATE  WORK  STARTED:     Ap,A  (jj^lSl^. 

PROBABLE  COMPLETION  DATE:   

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:  o  

NO.  HOURS  PER  SHIFT:  O   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /^etrc'ary 


PROJECT  NO.  :  /?S  34 4'/ /£~ 
PRO  J.  NAME:     /^s-p/W  ~  /*/es/~ 

LENGTH: 
COUNTY: 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town): 
AWARD  DATE: 


$ 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFIECTIVE  OPENING  DATE:   

TELEPHONE : 


PROJECT  MANAGER:     Abl/a/fcU/C /> 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  £ 


ADDRESS:     ^  tyfiL  *S  AtyJuM/S 


GENERAL :  sf"  /v    &  sTfas?  sort/ft/  erficof  /^/^/  sT-tf^U/ 

/c/e 


/"■■re  as?  &££t 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Glevdii/iT 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING 


PROJECT  NO.:  ^47 -f( 7) /Z 

PRO  J.  NAME;/3/£.  nf^CsAoJ.So. 

LENGTH :        3-  9  AJjL^5  

COUNTY:  Z5Z  

CONTRACT  TIME:    <2£jJ(Jl££/m  D/IV^ 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  /00 
%  TIME  USED:  f^g 
NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:  #77-  6& 

CONTRACTOR:  £,M Q££5Q£Ld*  SruuS. 
FROM  (town):    tft'/eS  O.'h;  sj^rnsf/) 
AWARD  DATE:    /fa/j    <?  /9f  */ 
DATE  WORK  STARTED:  /£,  /9<ft/ 

PROBABLE  COMPLETION  DATE:   

NO.  DAYS  WORKED  PER  WEEK:  

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


ACTUAL  COMPLETION  DATE:  //■/Z3''84- 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:    f)pce/nbr£L  C,  fi#<J 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  Q, ,  T^/j/^Mc/r/^  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


ADDRESS : 


GENERAL:     £la£&I*     CuA  &  &  MdJZMB. 


Z3Z   


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


*      ±       -  DISTRICT:  <£<C£A/'» 


/  CONSTRUCTION  PROGRESS  REPORT 


/ 

FOR  THE  PERIOD  ENDING:  , <^J> rU<*- «y        /9SS~  ■■ 

."/^  PROJECT  NO .T/agls-  f?5  CONTRACT  AMOUNT:     %J  728  '70 

PROJ.  NAME:    _-/,,>,«/.-/-,.  ;Jj  e.„  CONTRACTOR:     ./o,</«    <<•',,,  :.y£.  fo. 

LENGTH:       gg.  /,,;/<.<   FROM  (town):x&W  jC'v'r        //  /&/$£c.i 

COUNTY:  z;/^,,    y  zMM±»  i  '  AWARD  DATE:  * 

CONTRACT  TIME:    J  S/Z     W  D.  DATE  WORK  STARTED: 

ORDER  TO  PROCEED  DATE:    Z-/3-£4».  PROBABLE  COMPLETION  DATE:    &■  <  ■ 

%  COMPLETE:  <^5~~   NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:  j^G   NO.  SHIFTS  PER  DAY:   /  


NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:  &_  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  W.  /7ff/v5w.  p.£.  TELEPHONE:  £?*L  '  ^32  7  //-/<',  ^-  ±  ) 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ADDRESS:      *  Q.    //  r,jt  UJ  n  y     /), • 

GENERAL:  w/^  /rr    ^SZLiZZSi  .,.?■/>■  i  «. 


^A^  .j/^  JfJ     '/Jti                          &  f 

J  I 

T     /j  r?v?  r  "  *jS 

/ 

/  r  *  •  >o  \'-  <J 

-//re        -ruj    Jjf  "  i              >  cr/      Z^.-",  .  -ft. 

>  u    ■■//us>     r  »V"  ' 

r  •  .      /  A.M. 

-//)  r      J5~A  <  <"                   -//  r,  //  fr, ,  f  rJ 

'  M<    J>«  /J 

J}q  A-/ // 

e.  /s<9  >;  /j  1  *t  t. 

/ 

J  A  c    /jj  ,.,4*r.           ///.<  „■,-  / 

r  ■  •  / 

■»<*•  / 

■<?o  %■     ^  ,  ■ 

~?/l'S     £Lt///               /AC  /a ST"  Of 

we*. 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


,  DISTRICT:  {?/^^'<JC 

1  CONSTRUCTION  PROGRESS  REPORT 

FOR  TIE  PERIOD  ENDING:    ^^r'uct^y  j3t,t  ffSgh 

PROJECT  NO.:  j$X2£z  /P.  £  CONTRACT  AMOUNT:    $  £%/  /?/.  flfl 

PROJ.  NAME:  sC*,,'^  CONTRACTOR:    ^ /W ''St**? 

LENGTH :         A'/A   FROM  (town):    /T/sJ+.t  /OA, 

C0mT\:/«4je^.£.<,,eS//A/^  AVARS  DATE:    j/„,j  -/?.'<? V 

CONTRACT  TIME:      ^/V^  DATE  WORK  STARTED:      ,      Xfi  ,t?^/ 

ORDER  TO  PROCEED  DATE:  /Z-  /9-  P  Z  PROBABLE  COMPLETION  DATE:   ; 

%  COMPLETE:  /0 Q   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:    NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:  t9./6-&/ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  A'//Q 

PROJECT  MANAGER:      dhiulgjuLL&A  TELEPHONE:  ^//VAf^  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     jQ_  ADDRESS:    /2gqjC  0^L&&sJuI£14jL 

GENERAL:     rfe    ^/P  " //It* ^^/J? 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 


i 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT :      C  L  €"»/ow  <=" 


PRELIMINARY  SURVEY  PROGRESS  REPORT 


PROJECT  NO. 
PROJ.  NAME: 
LENGTH: 


FOR  THE  PERIOD  ENDING:      fj[_B.    7  C  .  /  V 

BUr    I  -  /  ^  C  j£_)  Clc1  DATE  SURVEY  AUTHORIZED:       //  / r/j"/ 

DATE  WORK  STARTED:   


C.  1  /  C  <fTJ 


PROJECT  MANAGER: 


NO.  PERSONNEL  ASSIGNED: 


ESTIMATED  COMPLETION  DATE 
DATE  SUBMITTED  TO  DISTRICT:  ZJtjLll£J~ 

  TELEPHONE:    ^  ~ 

%  COMPLETE:   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:      C>LC^/  O  i^€~ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      F £ & ■    Z  G,  .  /9  f-T 


PROJECT  NO.:  F  Z  ~  /  (  8  }  4  C  DATE  SURVEY  AUTHORIZED:  l/zz/W 
PROJ.  NAME:      F/llto*/   Co  .  C  Me  <TwDATE  WORK  STARTED:   


LENGTH:  ?  J~.  O     *n  I  C  tfS  ESTIMATED  COMPLETION  DATE:      3  //  S  fjST 

DATE  SUBMITTED  TO  DISTRICT:        t/z.1  If*" 
PROJECT  MANAGER:  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   0  'V  o 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:    Cc  £-/SOi*><r 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      £"<T f?     Z  c  ,  I^XS 

PROJECT  NO.:                 j±  -C  (  ;)zSl     DATE  SURVEY  AUTHORIZED:         /  I  / 1  JH 
PRO  J.  NAME:      P  o  Z  (. '  ^  r  '    £     Cv  <r*fcc  <. JDATE  WORK  STARTED:   

-  sV.  i^V.    Of    X~ G        /  TV/ 

LENGTH:       ^ .  3,  /  c  €  S   ESTIMATED  COMPLETION  DATE:  /Z/Zl/jS' 

DATE  SUBMITTED  TO  DISTRICT:        Zjz  1  I y S~ 

PROJECT  MANAGER:    TELEPHONE:   ^  

NO.  PERSONNEL  ASSIGNED:       ^  %  COMPLETE:   O  V*  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:     C>  c  i~ O , -v  f 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ■    ZJ**  (3l£ 

PROJECT  NO.:    f  3°)  -  /  (  jT  )  *-f  DATE  SURVEY  AUTHORIZED:  /Q//Ji'4 

PRO  J.  NAME:     L^^e    u     C /<  ^jVyep*  DATE  WORK  STARTED:   

LENGTH:  <3_i3.  i  £JL   ESTIMATED  COMPLETION  DATE:  /?  S~ 

DATE  SUBMITTED  TO  DISTRICT:     z/z  7  / 
PROJECT  MANAGER:  TELEPHONE:  "2~L  


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE 


°L  COMPLETE  :  O  Vvj 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  Sle/jJ/i/^ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  fkd .  /9$S 

PROJECT  NO.:      f  { 7)  £J  DATE  SURVEY  AUTHORIZED:  /~2SS4- 

PROJ.  NAME:     fhzJ-  /fetf?-  £/.AS$#tkJ  DATE  WORK  STARTED:       J-  7~g4 

LENGTH:        /£,/    /rftlgj   flEW  COMPLETION  DATE:  £'£ZSS 

DATE  SUBMITTED  TO  DISTRICT: 

PROJECT  MANAGER:   ^3 ^Dj£OCA^£         TELEPHONE:      6>S4~  J7J?6>  

NO.  PERSONNEL  ASSIGNED:  S  %  COMPLETE:  JDO^0  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:     C*Lt~/Q  t>je 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     /~<Tff    Z-  L ■  ,  /9  f*C 

PROJECT  NO.:    /?£  f   SJ_zJS_  (/)  7  0      DATE  SURVEY  AUTHORIZED:       //  /  ~?  /W 

PROJ.  NAME:       cS*>£ s     t?/q~s  <T  C  DATE  WORK  STARTED:     

LENGTH:   Q.  („   /y?  /  c  cS  ESTIMATED  COMPLETION  DATE:     V/g  Cn  /f 

DATE  SUBMITTED  TO  DISTRICT:      Z /l  7  / <S~ 

PROJECT  MANAGER:   ^ZL   TELEPHONE:   '^Z_  

NO.  PERSONNEL  ASSIGNED:  ^  %  COMPLETE:   O  c/ \ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  CJ&l/PM 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  *2- 


PROJECT  NO.:   p~  £  £.  -  2-  fa)  3~7  DATE  SURVEY  AUTHORIZED:   

PROJ.  NAME:  S/Qlt/£_<j  ~AJj>RTH LuZST      DATE  WORK  STARTED:     2-  (er~_  f?S 

LENGTH:      /,  4  /fl)  Jf  ESTIMATED  COMPLETION  DATE:  3o*ft?*' 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:       //  J{£LOj  TELEPHONE:       'S C  $  '  2. 

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  A3 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  ^JWQ, 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     f  6~  B .    Z-C>.  (3JL£L 

PROJECT  NO.:     JZ/C   gS(  -  J  ( 3  l)  I  Q*4   DATE  SURVEY  AUTHORIZED:       Ji  1 3C,/ 

PROJ.  NAME:     <W.   l?.Qs<?BUO    gjggg       DATE  WORK  STARTED:   ^  

LENGTH:   /  J.  3  m  'C  «TS  ESTIMATED  COMPLETION  DATE:     /O  /gV/foT 

DATE  SUBMITTED  TO  DISTRICT:      zjt  jJj^T 

PROJECT  MANAGER:   TELEPHONE:  

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   O  ^  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:     (^t  _fWQ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      f  C&.   Z  C  f^l^ 

 ^  

PROJECT  NO.:     J?  S    7^S  -  jC-Ll^f    DATE  SURVEY  AUTHORIZED:       ^/zz/f  V 

PRO  J.  NAME:     ft /2  c/J  r  7~7~  •l_€_±j±j      DATE  WORK  STARTED:  •■   

LENGTH:  ~)    Z    ~n  / c  €~ r  ESTIMATED  COMPLETION  DATE:     ss7/litQr/  lci  f  C 

DATE  SUBMITTED  TO  DISTRICT:       2  /zi  /  f  -S~ 

PROJECT  MANAGER:   TELEPHONE:   - ^  

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:  0  V*» 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


& 

DISTRICT:      f/Vj  ^ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       2  ~1.Q>  -  jiT  

PROJECT  NO.:     £S  7-5T3  -  2:^2- j  ^4  DATE  SURVEY  AUTHORIZED:      I  ( -     -  K  <-/ 

PROJ.  NAME:     fr^fe^  ,     A)  ^  \  DATE  WORK  STARTED:  -  IT-  / 

LENGTH:  9,   .   ESTIMATED  COMPLETION  DATE:     3-3  <>-&y 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      Bes^vJ  ft,/^        TELEPHONE:       ~3_&Sl  2-^7  7  

NO.  PERSONNEL  ASSIGNED:      V  4,  S"  I  COMPLETE:  Q  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:     CC  ^a/O  ik/€ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     f  £  R.   Z  /<7/.r 

PROJECT  NO.:     £S   Z^l  -  I  (')  O  DATE  SURVEY  AUTHORIZED:        *?/z  7/W 

PRO  J.  NAME:     US  £?S  r<rjP  -  ££££  DATE  WORK  STARTED:   

LENGTH:  C  ~L  sv7 '  c  £S  ESTIMATED  COMPLETION  DATE:  [JcJjC 

DATE  SUBMITTED  TO  DISTRICT:     Z  / Z  7  /  jS" 
PROJECT  MANAGER:  TELEPHONE:  


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   °  Y* 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  CL€*s 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /^CB    7  <■>  ,  (2£Jl 

PROJECT  NO.:     £  S    1  C  /  ~  Z  C  '/  )  Z  C     DATE  SURVEY  AUTHORIZED:       //  /  /  /ftf 

PRO  J.  NAME:    /£ /Crf  t  4~tQ  C*.L'~*r-'S  DATE  WORK  STARTED:   

LENGTH :  1    V         /  c  ej  ESTIMATED  COMPLETION  DATE:     V/j  ''■//* f 

DATE  SUBMITTED  TO  DISTRICT:       7./ Z.~l  h-^ 
PROJECT  MANAGER:  '  TELEPHONE:  


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   Q  % 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:     C>C<T £HV€ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     /Vg,  Z  O  t^Ju^L 

PROJECT  NO.:     ggS    ZJJLll  C  UJ.       DATE  SURVEY  AUTHORIZED:        /  7  //.g/W 

PROJ.  NAME:      /V  <T.    Of    /}  C  £/  <W       DATE  WORK  STARTED: 

(C/rrCc  -n  /  s  s  o^/C  i  ft>/ec  ) 


LENGTH:  C  .  <S  S*2ZJL£±  ESTIMATED  COMPLETION  DATE:  JZ/tlft-T 

DATE  SUBMITTED  TO  DISTRICT:     z/z  7  If  r 

PROJECT  MANAGER:   TELEPHONE:   -f^  

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  O 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  ^^fy^/^yf. 

PRELIMINARY  SURVEY  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:  >/  -SJ><9S 

 _^  

PROJECT  NO.:  J^V-/  /j")  DATE  SURVEY  AUTHORIZED:  /J/^^/ 

PROJ.  NAME:  7^/^^^ Uf^ta^/^ff/^^rT'^^  WORK  STARTED:     y^>A  ££f**£&faf' 

LENGTH:        X^/fZ /4>S   ESTIMATED  COMPLETION  DATE:  J 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    A'oua.  /tit//  £-  A  TELEPHONE:  6£'J'-/dS~t9  

NO.  PERSONNEL  ASSIGNED:  &  %  COMPLETE:  T'^f   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  QCC^/^js/e 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      £JJL  1  6X 

PROJECT  NO.:  I    jT^V  -/  Cr)  '  S       DATE  SURVEY  AUTHORIZED:  IZJLjjJLL^ 

PROJ.  NAME:      ^/ .  C.  sn/LOrteQ   DATE  WORK  STARTED:   

LENGTH:   ft.  V  ^?/c  CS  ESTIMATED  COMPLETION  DATE:     /z/l  1 1 1 S 

DATE  SUBMITTED  TO  DISTRICT:      ZJjL  7  )  I  *~ 

PROJECT  MANAGER:   TELEPHONE:   -"^   

NO.  PERSONNEL  ASSIGNED:         '"^  %  COMPLETE:   Q  Ci/<*>  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  CJ^^Ld^! 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  *2.-£6- 


PROJECT  NO.:    A?  SCoff  Q)   DATE  SURVEY  AUTHORIZED:   

PROJ.  NAME:     Ci  C4,ow£  -  D  Au>&tn  /„>.  DATE  WORK  STARTED:     /  "l/'oS 

LENGTH:  64  </  ff\\\ 6   ESTIMATED  COMPLETION  DATE:  g^gj^f 

DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:  //  K^LL^  TELEPHONE:  3£>Sf-  Z8~}~7 
NO.  PERSONNEL  ASSIGNED:     J_   %  COMPLETE:        ^  S~  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:  (0/e^c/ll/c 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    /g^^j  26.  /9A^~ 

PROJECT  NO.:  Z&^^j?)  DATE  SURVEY  AUTHORIZED:      A/g  '// 

PRO  J.  NAME:  %*At?Si?/tJ  $#/c/q  e      DATE  WORK  STARTED:  /-  7  -  g  <T 

LENGTH:  ^.5    ESTIMATED  COMPLETION  DATE:  JkgL, 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    /)  ^S>^^/?^yr^L  TELEPHONE:     £3Z  -  /&93  

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  (S/yuc//^ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     /fAf^/fsfJ/ £Cy /^J^" 

PROJECT  NO.:  ^%^VJ  DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:  7^y,yg  X>L*g  /Z'C/C&c        DATE  WORK  STARTED:   

LENGTH:         <g7,  J  /"//s's    ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    /).  /j^yf*^      TELEPHONE:       £>3Z-  /d>93  

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:  SzMlUgg-  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:  &<L£^£>,ve' 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     f^B     ZC  .  rS" 

PROJECT  NO.:      F  21  -3  C  Z^)  C'r1        DATE  SURVEY  AUTHORIZED:        Z  A  J  f  S~ 
PROJ.  NAME:  /? 'j> //  c  /J ^ o    -  <f>?j  T      DATE  WORK  STARTED: 


LENGTH :  7.   8     /w  /  <r  <  - <  ESTIMATED  COMPLETION  DATE:  tf/fST-Jfl 

DATE  SUBMITTED  TO  DISTRICT:       Z  A  'j  I g-ZT 

PROJECT  MANAGER:    TELEPHONE:  

NO.  PERSONNEL  ASSIGNED:        ^  %  COMPLETE:  O  V% 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^ 

PROJECT  NO.:  ^"7  -  C  (  ?  ^  £  j1  fa  DATE  SURVEY  AUTHORIZED:  Z./W/^ 

PROJ.  NAME:        <f'//gYy  C€  -         s  T  DATE  WORK  STARTED:  

LENGTH:   /  7    /  O  ^ / C  c~ s     ESTIMATED  COMPLETION  DATE:      S//s/ X<° 

DATE  SUBMITTED  TO  DISTRICT:        Z /l  7  /  J* S~ 


PROJECT  MANAGER: 


NO.  PERSONNEL  ASSIGNED: 


TELEPHONE : 
%  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


/35 


DISTRICT:  O^/v/  <T 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      f  cT  g    %  L  ,  /?/^T 

PROJECT  NO.:     J?<   V  J  S  -  j  C  V  j  ^       DATE  SURVEY  AUTHORIZED:       Z///  /f-T 

PRO  J.  NAME:      ,V/7S //<//?  -  ^/^jCTH       DATE  WORK  STARTED:    

LENGTH:  /J?  *£.    02±^  g 5  ESTIMATED  COMPLETION  DATE:  //c/fd 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  TELEPHONE:   •   


NO.  PERSONNEL  ASSIGNED:         >  %  COMPLETE:   Q 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  £l£UQt)j£ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     ft  J).  g£ 

PROJECT  NO.:     Pf  A  )  DATE  SURVEY  AUTHORIZED:      £-  7^8^ 

PROJ.  NAME:    &/&$LlA  -  fefeSTL  DATE  W0RK  STARTED: 

LENGTH:        g.       /rf/ZcS   ESTIMATED  COMPLETION  DATE:  /-3/S4> 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    J).,  Dl/EOCA^^       TELEPHONE:  6S4~/7&6>  

NO.  PERSONNEL  ASSIGNED:         S'  %  COMPLETE:   


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  Bill/O 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    ^^bfUBty    ^?f?,  /<?^S" 


PROJECT  NUMBER  &  NAME 


DESCRIPTION 


NEXT 
MILE- 
STONE 


M-HRS 

USED 

THIS 

REPORT 

PERIOD 


% 
COMP 


EST 

COMP 

DATE 


Public 
Hearty 


<8Q 


M_Q>£0jL~  !_( O  Q-  - 
First  Avenue,  -  L3ure/ 


Final 


/O/ 


&3  50Qr-&(2r)  13 
Mosbv-  sou+h 


f^e  con s  ius  cAfon  _ 


Rte- 
R/H 


iO&_  


Find! 


40 


±71^-2.  (±)0_  _ 
Hanger  &0&d 


t-inal 
F=>iH 


3/es 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221D 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^-^7^^^ 


PROJECT  NO.:  £  fa)  ^6  S 

PRO  J.  NAME:  &lt0r  g  g^Q, 

LENGTH :   y       S  60J±&& 

COUNTY :  Qhbtk* *ss  ?  Sr,^*  r*.* 
CONTRACT  TIME:  Ka/o^^c  ^yS 

ORDER  TO  PROCEED  DATE:  ^'-^~8'4- 

%  COMPLETE:  9>£  

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $     ^     //^/ .  9rf 
CONTRACTOR:  m^Tya^ 
FROM  (town):     Ge&ar  Fat^s  M~r. 
AWARD  DATE:   


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


Q 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  //jj^r-^ajJ  TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL:   ^  LUomk     ,//tX  .dkftel  A>*s*.      g^j  /4L,^r^7- 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  /4,^/,u&±, 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  £  y-S'S 


PROJECT  NO.:     /  j£  C<>6>  )  <Zs 

PRO  J.  NAME:  &ry         4*  UJ 

LENGTH :  s&.G    SU  jCS  a  

COUNTY:        ^t-j^c^a  rs.i^  

CONTRACT  TIME:  Uie^*,* 
ORDER  TO  PROCEED  DATE:  <5-/9-?^ 

%  COMPLETE:  

%  TIME  USED:  

NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:     $  ^  07^.  ,<t^ 
CONTRACTOR:  /^^^  S^o  / £^u*t, 

FROM  (town):  ^,.^a»  

AWARD  DATE:  X-^-ff  


DATE  WORK  STARTED: 


9-  y-S'JT 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 

ADDRESS:  jtf.jL£*«s<Z& 


PROJECT  MANAGER:  /S  Xr^J 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:  ,-t.aJ £     (2a3jB<U&£ZU-A*JL    <*  &  At  TViAc Te>^c'  a  (ZCai*n 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  &/LL/A/6S 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       Z~<2g  '85  

PROJECT  NO.:      Xtf  <?Q-  9(^3  )  5Q3  CONTRACT  AMOUNT:     $  l;  faj&JEZ3uz21 

PROJ.  NAME:  ^TCACe  £  j?  CONTRACTOR:      £g,fi,eG  Sat/D  /  <&AO£L. 

LENGTH :  ^  g    FROM  (town):   

COUNTY:  fi/r,    /4>*J   AWARD  DATE:  &l3t£±  


CONTRACT  TIME:  $Q  g),  £>  DATE  WORK  STARTED:         //■/  -  Sj 


ORDER  TO  PROCEED  DATE:        //  /h  XH 

PROBABLE  COMPLETION  DATE: 

o 

%  COMPLETE:  - — ' 

NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:   

NO.  SHIFTS  PER  DAY: 

o 

NO.  MEN  EMPLOYED:  <0 

NO.  HOURS  PER  SHIFT: 

o 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:        j&XA  nrT/nfifi' 

TELEPHONE :       Z^S  -  9%OZ 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     _Q_       ADDRESS:   &Ltdi&S 


GENERAL :  Y)f£    tffatfr/>€tt&  7fr/S 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  /3/cc/aTcSS 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3-4--S4- 


PROJECT  NO.:  J7D  Bo-<S(36)  531  UZ.  CONTRACT  AMOUNT:     $  /4-7g9  277.  S3 

PRO  J .  NAME :  LoO£^CJe/)S5  -  Sr^UThi  CONTRACTOR:  BeY^/e's  G>£A/t££LAL  CnM?VTP%  IfiJC. 

LENGTH:      / /.  7  /V/^-<=^S   FROM  (town):     &UTTE}  MoUTA/SA 

COUNTY:      S/£  tjo&A/   AWARD  DATE:      g>  -  3Q  ■ 


CONTRACT  TIME:  Z.50  ldo/P£/Af£>  DAY  DATE  WORK  STARTED:       Z-Z7 -  <S4 

ORDER  TO  PROCEED  DATE:     W-3I-&13  PROBABLE  COMPLETION  DATE:  /Q-j~&^ 

%  COMPLETE:  ;S&%   NO.  DAYS  WORKED  PER  WEEK:      /  To  g 

%  TIME  USED:    NO.  SHIFTS  PER  DAY:  _Z.  

NO.  MEN  EMPLOYED:  NO.  HOURS  PER  SHIFT:  3 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  ptc.  ICiTTPL.^fi/  TELEPHONE:  ^5^-4/58  4  ^SQ-Z^ZS 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:     J5_       ADDRESS:      /=?Q.  J3<DX.  C&Z-  

general  :    ^fls££5S  ^BISLm  Uk^JLMLBsoeJSMSt^  Ccua^LStJOEn. 

d£L  ^/FrjT3/rj/J  CnAl-TJPrjC-j  K?iPfPAR}   C/?U^>UltfC>}  MaaUAlC*  /=IajO 

CoMM-(~T/=r  /?ee=  AS.  &qjl  l  ^s:  AJj^c^  7:5%;  C^g/^c 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  Billing* 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


I  ID  90-9  (62)543 
PROJECT  NO.:P  7*-1  (2)  M-2 


PRO J.  NAME:  Wyola  South  &  Wyola  Conn. 

LENGTH:  5.8  Mile*  

COUNTY:       Big  Horn 


February  28,  1985 

CONTRACT  AMOUNT:     $  7,977,895.95 
CONTRACTOR:  Hild*  Con*t.  Co.  In*. 
FROM  (town):       Great  Pall*.  Montana 
AWARD  DATE:  8-26-83  


CONTRACT  TIME: 


220  WD 


DATE  WORK  STARTED: 


4-9-84 


ORDER  TO  PROCEED  DATE: 

8-29-83 

PROBABLE  COMPLETION 

DATE 

8-15-85 

%  COMPLETE:  55 

NO.  DAYS  WORKED  PER 

WEEK 

5 

%  TIME  USED:  71 

NO.  SHIFTS  PER  DAY: 

2 

NO.  MEN  EMPLOYED:  16 

NO.  HOURS  PER  SHIFT 

9 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY 

DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  R.  Schaak 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE : 
ADDRESS : 


343-2501 


Box  366 


Wyola,  Montana^  59e&9 


GENERAL :     Work  in  progre*s  consists  of  Hilde  Const.  Co.,  Ine.,  crushing  and 
stockpiling  Plant  Mix  Surfacing  Aggregate*.  Crushing  operation*  began  on 
February  20,  1985. 


A  3  person  engineering  crew  spent  the  reporting  period  checking  field  notes. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  Billings 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       February  28,  1985 


PROJECT  NO.:  I  ID  90-9  (38)5^9  U-2 
PRO  J.  NAME:     Wyoaiag  Line  North 

LENGTH:   

COUNTY:         Big  Horn 


5.2  Miles 


CONTRACT  TIME: 


220  V© 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  38 
%  TIME  USED:  71 


8-5-83 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  7.261.180.56 

CONTRACTOR:    Hilde  Constru  etion  Company.,  Ine. 

FROM  (town):     Great  Falls,  Montana 

AWARD  DATE:  8-5-83  

DATE  WORK  STARTED:  9-6-83  

PROBABLE  COMPLETION  DATE:  6-15-85 
NO.  DAYS  WORKED  PER  WEEK:  0 

NO.  SHIFTS  PER  DAY:   0 

NO.  HOURS  PER  SHIFT:  0 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE :  3^3-2501 
3         ADDRESS : 


R.  Sekaak 


PROJECT  MANAGER 

NO.  OF  ENG.  PERSONNEL  EMPLOYED 


Box  366 


Wyola,  Montana ,59089 


GENERAL: 


No  work  by  the  contractor.  Winter  shutdown. 


A  3  person  engineering  crew  spent  the  reporting  period  checking  field  notes. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 

//-' 


DI STRI CT :  SM^!i^P 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ZS. 

PROJECT  NO.:  /?  Tr-//es  2.B  2.  ////g^CONTRACT  AMOUNT :     $   /.  #73,  £7 

PRO  J.  NAME:     favD    SooK/  CONTRACTOR:      Feugf/*/  £rx<r«w*~  ^Vt,d 

LENGTH :  6,    FROM  (town):  £**<rs  ,  /H/A/V 

COUNTY:  ^xJ^BcW   AWARD  DATE:       37//y  ^  .  /9S4- 

CONTRACT  TIME:       &G  uJo&K,*  6,  Zltff<  DATE  WORK  STARTED:  Y  /A  /9&4 

ORDER  TO  PROCEED  DATE:     &-/-&4-  PROBABLE  COMPLETION  DATE:        ^  -/ -/g<T 

%  COMPLETE:   *?£   NO.  DAYS  WORKED  PER  WEEK:  /y //} 

%  TIME  USED:  <T?   NO.  SHIFTS  PER  DAY:   A// A 

NO.  MEN  EMPLOYED:   N0-  H0URS  PER  SHIFT:   A/  J  A- 

ACTUAL  COMPLETION  DATE:  /y 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  A///}  

EFFECTIVE  OPENING  DATE:  ///a 

PROJECT  MANAGER:  £y/sAA/  TELEPHONE:         Z4-e  ^^P  7  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  S7~  Po  ■  ft&K  2c437 

GENERAL:         7x?/^    P/Pc? Tt~S  r    /S  VajA&gz  /z*w /g/g     Sa/6/      /)o«j*J  ^ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        Z  -28'  85 


PROJECT  NO.:  /r-/W~££fJ37-/fe)  QCL/ 

PRO  J.  NAME :  flfoj  /fc&Cf-  /6«S£f 

LENGTH:  g,7  /7?/<.£Z 
COUNTY: 


CONTRACT  TIME: 


CONTRACT  AMOUNT:     $  £>f3b5  493.0^ 
CONTRACTOR:     £j£  Q^T££m.  f 
FROM  (town):       /7?iU?Z    O/r*/  ' 
AWARD  DATE:  Z^lZ$tL  


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   7j_ 

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


a 


PROBABLE  COMPLETION  DATE:       7-3/ SS 

NO.  DAYS  WORKED  PER  WEEK:  C>  

NO.  SHIFTS  PER  DAY:   O  

NO.  HOURS  PER  SHIFT:  Q 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      //£■£$  /3rr/7?Afi/  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:     _2        ADDRESS:  $/U/a/GS 


GENERAL:  djg>A/r?flC7£>£     $#A)  fc  /JOZA    £/eW//^C  7W/S 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  5130 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:      February  27,1985 


RTF  57-3(11)88 
PROJECT  NO.  :F-HES  57-3  (16)97  

PROJ.  NAME:    5  Mi.  East  of  Lewis  town  E 

LENGTH:   

COUNTY:  Fergus 

CONTRACT  TIME: 


Grassrange  West 


14.9 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town):   

AWARD  DATE: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  PasSQW  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  4-5 


TELEPHONE :   

ADDRESS:      P.O.Box  491 


538-8731 


Lewistown,  Montana 


GENERAL:     A  four  man  engineering  crew  started  retracing  center  line  and 

 slope  staking  projpr.t  nn  P-PPi-SR,  

 Project  is  scheduled  for  letting  March  28,1985.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT: 


5130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     February  27,1985 


F  57-3(09)121 


Winnett-  West 


PROJECT  NO. : 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY:    Fergus  /  Petroleum 


9.1  Miles 


CONTRACT  TIME:  160  Working  Days 
ORDER  TO  PROCEED  DATE:  8/26/83 

%  COMPLETE:  97  

%  TIME  USED:  86  


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  5,517,998.81 
CONTRACTOR:    Hilde  Const.  Co.  Inc. 


FROM  (town):  Great  Falls,  Montana 
AWARD  DATE:  8/5/83  


DATE  WORK  STARTED:       August  30,1983 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


7/1/85 


NO. 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS : 


Passow 


PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


538-8731 


P.O.Box  491 


Lewis town.  Montana 


GENERAL:    Seal  and  Cover  and  Final  Striping  remain  to  he  completed  in 

 the  1985  Cnnst.rur.tinn  spa^nn,  

 A  one  to  two  man  engineering  crew  is  working  on  project  final. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 


5130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     February  27.1985 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


RS  236-1(6)32 


Winifred-P.N. Ferry 


17.0  Miles 


Fergus 


CONTRACT  AMOUNT:     $  304,782.20  

CONTRACTOR :    Wickens  Construction  Inc. 

FROM  (town) :  Lewis  town,  Montana  

AWARD  DATE:     July  6,1984 


CONTRACT  TIME:      48  Working  Days 


DATE  WORK  STARTED:     August  20.1984 


ORDER  TO  PROCEED  DATE 
%  COMPLETE:  100 
%  TIME  USED: 


July  30.1984 


94 


NO.  MEN  EMPLOYED: 


O 


PROBABLE  COMPLETION  DATE:      May  1985 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  Passow   TELEPHONE:  538-8731 

0        ADDRESS:       P.O.Box  491 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


Lewis  town,  Montana 


GENERAL:  Final  inspection  will  be  delayed  until  after  spring  breakup 
 as  per  County  Commissioners  reguest.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  5130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      February  27,1985 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


ooos 

QOQS 


Signing  Secondary  Roads 


Fergus  /  Judith  Basin 


CONTRACT  AMOUNT: 
CONTRACTOR:  _ 
FROM  (town): 
AWARD  DATE: 


$ 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:  _  

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       Passow   TELEPHONE: 

ADDRESS : 


538-8731 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  _Q_ 


P.O.Box  491 


Lewis town,  Montana 


GENERAL:      Contract  to  be  let  February  28,1985 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  L/A>  6,  .<> 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /r<E8f?aAR.Y  2*8, 

PROJECT  NO.:     /X)   /£>oZ  (2.)  CONTRACT  AMOUNT:     $  ft£7r  3£A  SS 

PRO  J.  NAME:  RtoeiJC     A?c^D  CONTRACTOR:  JTAjC. 

LENGTH :  £>.=19    /)0//.£S  FROM  (town):     /g/^  <L//v  &  S ,  r. 

COUNTY :  /l  es  w  z> -t*a/£  AWARD  DATE:  y^gg 7.  /9B  ? 

CONTRACT  TIME:         <?p  #>v/Z/</ ZU^-SDATE  WORK  STARTED:  '4,  f904- 

ORDER  TO  PROCEED  DATE:     4--/(c~&4  PROBABLE  COMPLETION  DATE:  /h/t^/^ 

%  COMPLETE:   qs_   NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:  /OO   NO.  SHIFTS  PER  DAY:   /y 

NO.  MEN  EMPLOYED:  /y//J   NO.  HOURS  PER  SHIFT:   ^/g 

ACTUAL  COMPLETION  DATE:  /v/? 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  /V //j 

EFFECTIVE  OPENING  DATE:  A/M 

PROJECT  MANAGER:  l£>/ZAAJ  TELEPHONE:        2 4-B  '^&2-7  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _£>  ADDRESS:    *f-2  4-/H&/2eY  SF   Po.  Boj.  7 

GENERAL:        Z^gjr  /SO    tyo£./c   ££j£j&&£&££&£  GsO    r*//<>  P^t^j- 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 

J  20> 


CMS-14 


DISTRICT:  SlLL/J^CS 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      Z'ZL  '  &S 


PROJECT  NO.:  /£>Q<f^7)  CONTRACT  AMOUNT:     $  //?<?,  29 A  8Q 

PROJ.  NAME :  SiZ^Q  /)Ut=  ^  £C \J  CONTRACTOR:    SaQRy        Li£A£Y j  ^N^. 

LENGTH:     Q  QQ  ff)l  U=X   FROM  (town):  gitcv&S  

COUNTY:      Y^UncO  rVTO/Qg   AWARD  DATE:       /-  3~6S  


CONTRACT  TIME:        Jg»ag  2AJ  j<ffi£         DATE  WORK  STARTED:   

ORDER  TO  PROCEED  DATE:     2~k  'MS.  PROBABLE  COMPLETION  DATE:  26>  ~8S 

%  COMPLETE:  Q    NO.  DAYS  WORKED  PER  WEEK:  ' — " 


%  TIME  USED:    NO.  SHIFTS  PER  DAY: 

NO.  MEN  EMPLOYED:  ^ —   NO.  HOURS  PER  SHIFT: 

ACTUAL  COMPLETION  DATE:  ^ 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  '   

EFFECTIVE  OPENING  DATE:  ^ — 

PROJECT  MANAGER:    OaUidP.  ScuUrtA/J    TELEPHONE:         245-  9/?&? .  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     ^       ADDRESS:    f)^PT   Oh  U/Z/JMA^S 

/8iLL/A/6Sj  /TIT  


GENERAL:  ///£"  <2o/OT!i(XCTO(l  /-/AX  /s/Z>7"  //vn/£ATlZb  /■/£ 
W/LL-  STftCTWQgK-  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  <3/g_,A/££ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       2  '8S  

CONTRACT  AMOUNT:     $    7^  (OAS,  QQ 
CONTRACTOR:  /g&Qa&Mg  Ei£&Q2dL  &Lj  Z^d 

FROM  (town):  /$,LL/lUc<;  

AWARD  DATE:  9-28   

DATE  WORK  STARTED:      //?  2<?R4  

PROBABLE  COMPLETION  DATE:     4-  j-gq 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   ^  

NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  . — 

PROJECT  MANAGER:  Q/Wtd  ?  Gl^U/TIaJ     TELEPHONE:         245'  9 662.  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     2_       ADDRESS:     OePT.    OF  h4i/li4V)^^ 

GENERAL:        7m5  ^Q^>r^(i7V<?     OiO  kloT  UlOl2tc*  THF  PrO^GST 


PROJECT  NO.:  ^i^l  VQ 

PROJ-  NAME:  €%4A¥^rJl%L- 

LENGTH:  Q.QO/TIilFS  

COUNTY :  Y&LLjOuiSTOkic.  

CONTRACT  TIME:  &tM&L   is  '9** 
ORDER  TO  PROCEED  DATE:  A9-//yfrf 

%  COMPLETE:  30%  

%  TIME  USED:   ^  

NO.  MEN  EMPLOYED:  Q  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  ^£^/S*ftga 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         ^    J?  7- 


PROJECT  NO.:         AS)  { c  ) 

PRO  J.  NAME:  4^/0u£  fj/lf  $7T 

LENGTH:    AT  ssjns^SEC-rjQAJ  

COUNTY:         >4^).fjro<o  *e-  

CONTRACT  TIME:      ^  ^gzX.  

ORDER  TO  PROCEED  DATE: 

%  COMPLETE:  j^S"  

%  TIME  USED:   

NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     /c \  dstZn&tJtl 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


CONTRACT  AMOUNT:  $  4jL99Z..d>0 
CONTRACTOR:    Mki+ajjo  £Jljzc.  go. 

FROM  (town):  4^UjUUji£&*  

AWARD  DATE:  9-$S  

DATE  WORK  STARTED:  „  7-?^ 

PROBABLE  COMPLETION  DATE:   

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


CONSTRUCTION  SUPERVISOR: 


TELEPHONE :  ^£Zz 
ADDRESS :  ^dd^&A 


GENERAL :  vi/gv  ~23££L  /4**>-^tk>7~ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^-  *£_ 

PROJECT  NO.:  C&  )  DATE  SURVEY  AUTHORIZED:      ,  -xgo-i"^ 

PRO  J.  NAME:     dx/e,*  t4x> .  DATE  WORK  STARTED:  3/-?* 

LENGTH:   —   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  ^r/w/»V  TELEPHONE:  jzf**  €&g.  

NO.  PERSONNEL  ASSIGNED:  ^  %  COMPLETE:   ^  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  &///s*rf*s 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ■£  &  /3J?^ 

PROJECT  NO.:  R  QOS<4-(3)  DATE  SURVEY  AUTHORIZED:    04.-  2Q-&4- 

PROJ.  NAME :  H,^LL//  £^  &,J,  c      DATE  WORK  STARTED:        ^  ,g  -  ^  -  3+ 

LENGTH:   y  AS,'/t?   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:  &  t&£!JS 

PROJECT  MANAGER:    jTL /*         ^  TELEPHONE:  &2£_^8Z£±  

NO.  PERSONNEL  ASSIGNED:   %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^-Z  7-  gjg 

PROJECT  NO.:  9<?<g9  C4* )  DATE  SURVEY  AUTHORIZED:       ^  <r-<T<£ 

PRO  J.  NAME:    <£fegVfl^gjg  DATE  WORK  STARTED:  gjjg 

LENGTH:  —  ESTIMATED  COMPLETION  DATE: 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:  ^  //#*7~~,*aJ  TELEPHONE:  SS^-  &Jt£. 
NO.  PERSONNEL  ASSIGNED:  c  %  COMPLETE:   S'S' 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  ^jj^fKfiSLSt 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  &i£2z2JSl. 

PROJECT  NO.:      ^/C    9c4gf7)  DATE  SURVEY  AUTHORIZED:  -8*3 

PROJ.  NAME:  *§QuMBZM&  de.    DATE  WORK  STARTED: 

LENGTH:   =   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     /S,  jfaqz&t&sl  TELEPHONE:  ^^Jl  ■   

NO.  PERSONNEL  ASSIGNED:  O  %  COMPLETE:   


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT: 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         Z  ~Z8'2S  

PROJECT  NO.:      y^g^  /OZn  f&)  DATE  SURVEY  AUTHORIZED:  /Z-^-^H 

PROJ.  NAME:      A/  AvF /bfr/ff' DATE  WORK  STARTED:  Z'V-SS  

LENGTH:     ___   ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     //pi/OR    Q-rtfhA/J        TELEPHONE:        ZV'S  -^OT,  

NO.  PERSONNEL  ASSIGNED:  5  %  COMPLETE:  /CO  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:    &///,'„  ^ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     Feb.  g  &  JSSS 

PROJECT  NO.:     /?„<?  SSI  -I  O)  O  DATE  SURVEY  AUTHORIZED:  OZ-ZI- 

PROJ.  NAME:      Geyser  -  A/a^/l  DATE  WORK  STARTED:        //  -  /  9  -  g^j. 

LENGTH :   ^  ^   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  XkJ&  Z>r  ^  rti.  TELEPHONE:  ^3S"S"^S/ 

NO.  PERSONNEL  ASSIGNED:       a  -  &  %  COMPLETE:   3Ji  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /.9^.^ 

PROJECT  NO.:    /?<:  -g  C  t)  O  DATE  SURVEY  AUTHORIZED:  

PROJ.  NAME:  MmdLtCjtJZ  /f*<*c/  DATE  WORK  STARTED:       /p  ■ /<£  -  s^4- 

LENGTH:   Vs*/,'/*^-   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     7%/,  p„  i/Z^e.  TELEPHONE:        -JZ?  8~- S'T'J?  /  

NO.  PERSONNEL  ASSIGNED:  O  %  COMPLETE:   SS  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  5130 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     February  27,1985 

PROJECT  NO.:      RS  ?Q7-1(1)?4   DATE  SURVEY  AUTHORIZED:  10/7/82 

PROJ.  NAME:     HpHqps vi 1 1  £  -  North  DATE  WORK  STARTED:  11/15/82 

LENGTH:        8.0  Miles   ESTIMATED  COMPLETION  DATE:  jj/A 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:        PasSQW   TELEPHONE:  538-8731  


NO.  PERSONNEL  ASSIGNED:      4-5   %  COMPLETE:   


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:  5130 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     February  27.1985 

PROJECT  NO.:      RS  236  -  1(7)  0  DATE  SURVEY  AUTHORIZED:   November  7.1984 

PRO J.  NAME:      Hilgpr  Mi nif rpH  DATE  WORK  STARTED:     February  8.1985 

LENGTH:         24.12  Miles   ESTIMATED  COMPLETION  DATE:  2/15/86 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      Passow   TELEPHONE:  538-8731  

NO.  PERSONNEL  ASSIGNED:  Q  %  COMPLETE:   q  

Work  will  begin  when  crew  becomes  available 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  £ .    ?  g  IS&S 

PROJECT  NO.:     /?<Z& -Z  C*)  /  9  DATE  SURVEY  AUTHORIZED:  

PROJ.  NAME:    ZTZrl;tJQ*.p-A/~t,*e.         DATE  WORK  STARTED:        /2  -g  3- 

LENGTH :   ___       ESTIMATED  COMPLETION  DATE:  £?^-.5 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  p„  TELEPHONE:  -  5~73/  

NO.  PERSONNEL  ASSIGNED:       &  -  g  %  COMPLETE:  /Z  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  BiL.Li^G^> 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      F~<^G>.  28,  J 

PROJECT  NO.:    F*5  3-Z(3\  34-  DATE  SURVEY  AUTHORIZED:   

PROJ.  NAME:    5ooW  ^>&<ZT/GAj  DATE  WORK  STARTED:        /  -  3  /  -  <3 S 

LENGTH:   C.  Z  /^/6g5  ESTIMATED  COMPLETION  DATE:    £JAJK*JQ Lo/J 

DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:    QC,  /C,TTetZ>DAl        TELEPHONE:  2S2-4/3S 
NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  UAjfeLAJOQJtJ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  SiIjL/^^S 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  2'2(>-&S  


PROJECT  NO.:  £3~/&)  <z>  DATE  SURVEY  AUTHORIZED:  ~&3 

PROJ.  NAME :  /?*u,ssdS  -  £&>A ilus**/       DATE  WORK  STARTED:  /-/Q-&4- 

LENGTH:      28.  ^  /V/LlZ^   ESTIMATED  COMPLETION  DATE:  4-/9~85 

DATE  SUBMITTED  TO  DISTRICT:  /2'5~8S 

PROJECT  MANAGER:    ZW/J P  ^IfJu/n/iJ  TELEPHONE:      2<JS~  9&OZ  

NO.  PERSONNEL  ASSIGNED:  7  %  COMPLETE:  43  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


/2f 


DISTRICT:  .R,LUA/CS 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         ?-  Z8  '85  

PROJECT  NO.:  2?>-Z(H)cjl  DATE  SURVEY  AUTHORIZED:      //-  Z3~  SH 

PROJ.  NAME:      A  A' d/?Q£/AJG  //£ ^^ohef  DATE  WORK  STARTED:      £  -/?-  g5 
LENGTH:  Q,  3b  tf)/lf<,  ESTIMATED  COMPLETION  DATE:  Z-22SS 

DATE  SUBMITTED  TO  DISTRICT: 

PROJECT  MANAGER:    Mz£ft  0777?;/?//  TELEPHONE:      ZVl5 -  J^OZ  

NO.  PERSONNEL  ASSIGNED:  S  I  COMPLETE:  /£>Q  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  B/ZI/A/6S 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         2  ~2% -85  

PROJECT  NO.:     /fe  S        -  / '  QCl)  DATE  SURVEY  AUTHORIZED:     //' 2  3 

PROJ.  NAME:     /9/tt/.  A/dfir/f  Of  DATE  WORK  STARTED:       Z  V/  SS 

LENGTH :  Q,  /9  m/L£S.   ESTIMATED  COMPLETION  DATE:      2  -/5  %5 

DATE  SUBMITTED  TO  DISTRICT:      2  -  2/o  85 

PROJECT  MANAGER:  <QTr/7?/?/J        TELEPHONE:      2^5  '9%Q2  

NO.  PERSONNEL  ASSIGNED:  5  %  COMPLETE:  /DO  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  ^,^,*s^ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       £  -  2  17-  ^  

PROJECT  NO.:    /?  ^  -  Z.  f  S~)  DATE  SURVEY  AUTHORIZED:  /- 

PROJ.  NAME:    /A4jaei,  -  /^.^^,Q  DATE  WORK  STARTED:      2-/9-  ££_ 

LENGTH:  <?  /Ks^/Z^   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     jtf.  ///9/2r/^A^  TELEPHONE: 

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  Billings 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      February  28,  1985 

PROJECT  NO.:      IR  9^-2  (24)61   DATE  SURVEY  AUTHORIZED:   

PROJ.  NAME:  Hyahm  Eaat  and  Weat  DATE  WORK  STARTED:  1-17.85  

LENGTH:  17.3  Miles   ESTIMATED  COMPLETION  DATE:  3-31-85 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:       R.  Schaak   TELEPHONE:  3^3-2501  

NO.  PERSONNEL  ASSIGNED:         5   %  COMPLETE:  38  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT: 


Billings 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      February  28,  1985 


PROJECT  NO.:      IR  94-1  (49)47   DATE  SURVEY  AUTHORIZED:   

PROJ.  NAME:     Cuater  Interchange  East      DATE  WORK  STARTED:  1 -10-85  

LENGTH :  10.7  Miles   ESTIMATED  COMPLETION  DATE:  2-28-85 


PROJECT  MANAGER: 


DATE  SUBMITTED  TO  DISTRICT:   

R.  Schaak   TELEPHONE:  34>2501 


NO.  PERSONNEL  ASSIGNED: 


%  COMPLETE: 


90 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  BtcL/A/gS 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  2a 

PROJECT  NO.:     T&  £>4--l(4S)l  DATE  SURVEY  AUTHORIZED:  S-Z3-&4- 

PROJ.  NAME:  ^UAJTLEf-  /oMfiryS  Pit  IA£    DATE  WORK  STARTED:       /Z-/3  -,S4- 

LENGTH:        /72    Af/£.e.S   ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:      2-  ZQ-&S 
PROJECT  MANAGER:     D.C.  &7~n=rCZ>OA/        TELEPHONE:  252-4/38 


NO.  PERSONNEL  ASSIGNED:  4-  %  COMPLETE:  <QS% 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU     D^e  4-5    UJo^LM.  O 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


/ 


DISTRICT:  BjU/rfGS 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        ?-  ZS  '8S  

PROJECT  NO.:      £j£  </#  ■  /  {Y7)0  DATE  SURVEY  AUTHORIZED:  S-Z.^-Zt 

PRO  J.  NAME :  MtiS    Zv'  tf/kir  £&    DATE  WORK  STARTED:  /2-/7SH 

LENGTH:  .  ^LM££S,   ESTIMATED  COMPLETION  DATE:  3~3/S5 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     ^jggg  TELEPHONE:  Z*f 5  '   

NO.  PERSONNEL  ASSIGNED:       _J2   %  COMPLETE:  7Q  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  &LUtfCS 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  2'2^'8S  

PROJECT  NO.:     /  45£  DATE  SURVEY  AUTHORIZED:     far  j&£& 

PRO  J.  NAME:  vJwicO  /jQam--  Z*r&&'/AOt>Z$MK  WORK  STARTED:  //-9'Sf 

LENGTH:  Q-O^/riicgS -T^'n:i2CrtA*)C&  ESTIMATED  COMPLETION  DATE:  ^  

DATE  SUBMITTED  TO  DISTRICT:     (jgTj  /984 

PROJECT  MANAGER:  D<k),£>  p  GfrJu/rP/JA^     TELEPHONE:     245'  980Z  

NO.  PERSONNEL  ASSIGNED:  £  %  COMPLETE:  /fi£>  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:  ^^ga 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         ^-  <Z7-  £S* 

PROJECT  NO.:  (sa/)  <#Z7  DATE  SURVEY  AUTHORIZED:  ^-jZ3-f4> 

PRO  J.  NAME:    /aij^StZL.  ^       .         DATE  WORK  STARTED:  //-/V-fa 

LENGTH:  s /?.  J  ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  TELEPHONE:  ^S^-  <f>/^&  

NO.  PERSONNEL  ASSIGNED:       Z  7b  3  %  COMPLETE:   

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  BULfAJCS 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         2'  ZS 

PROJECT  NO.:  9G       Q&e>)  DATE  SURVEY  AUTHORIZED:  //-Z3-g,4- 

PRO  J.  NAME:     goto/*  AOs  ^/\sr  ^/&£S/VHTE  WORK  STARTED:        //-  Z9 

LENGTH :         /7./£  SW/c    ESTIMATED  COMPLETION  DATE:         <T-  /SS~ 

DATE  SUBMITTED  TO  DISTRICT:        /  -  Z/-  &£ 

PROJECT  MANAGER:      &  /T?   ££>/2rtA/         TELEPHONE:         24g  3BZ7  

NO.  PERSONNEL  ASSIGNED:  3  %  COMPLETE:  7  S~  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DIRECT  PARTICIPATION 
FEDERAL  HIGHWAY  ADMINISTRATION 


REV.  2/85 


MONTHLY  PROGRESS  REPORT 
DIRECT  FEDERAL  CONSTRUCTION 
MONTANA 


PERCENT    %  WORK  COMPLETED 
TYPE  TIME         AND  ESTIMATED  CONTRACTOR  AND 

PROJECT  LOCATION  LENGTH  WORK  USED       COMPLETION  DATE  CONTRACT  AMOUNT 


GLAC  10(1),  200(1)     Cascade  &  Teton  Co.     3.086     Bituminous  paving     83.3%  96.7%      American  Asphalt,  Inc. 

&  909(1)  (1000)  06/11/85     $  447,041.00 


FH  61-1(5)  Flathead  County  9.655     Grading  and  —  .4%      Hilde  Construction  Co. 

aggregate  surfacing  —  Inc. 

$  4,033,405.45 


I 


1 


